s 

H3fc  ' 


PLEASE  RETUR 

MONTANA 

DEPARTMENT   OF  HIGHWAYS 


Montana  Slate  Library 


STATE  DOCUMENTS  COUECTlOU 

OCT  11 1983 

MONTANA  STATE  LIBRARY 

1515  E.  6th  AVE. 
HELENA,  MONTANA  59620 


ISSUED  THE  FIRST  MONDAY  OF  THE  MONTU 


AUGUST  1,  1983 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       ^/jf        \  3 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

ESI 

COMP 

DATE 



r/*if  7* 

&«^±sL>ci£  J -J  id/-  _ 

59 

/fez 

JkjLuam^  

p?./*7S. 

<-  f'  f?7r'  , 

P£~*  % 

JUL  ^ 

/'   

5c. » £ej  /  ^Jytjte*   j   _ 

4-o 

JUL  ■' 

J."  ~ 

Pre/"* 

/** 

2D 

gfaiJMp'L  

_jpfri  r.  _ 

-'e.P/  ■  ' 

/f&4 

■  ^f^frm  j  p 

P 

 l^  ^h  , 

£V      '  -1 

7Z 

S3 

A*  *  f 

yj>»'*,-  ■    -  %r               ■  nu& 

6>  CS,  £S*ZF  

—   ~r      /  —   y  — 

P*M*  $  7m 

tz 

3? 

— — 7-77  7TryT7~77~~n 

/ 

p(t&  f 

35" 

^^s_  

h'lu  //o  *        sC   .  —  — 

p~-  sio  f 

f/tf; 

?3 

tic*  1 

^                     )  C/ 

_pj*  ST  

/9s4 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221D 


DISTRICT: 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       J~^L  i7f/98^ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 
COMP 

EST 

COMP 

DATE 

(M 

4«j.  / 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


DISTRICT:  djrgj&ouZrf 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         /  -  /  -  g  3 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $  V,        /,  O/S ,  2C 
CONTRACTOR:    /J0*M<oe*T   £ s  7~. 
FROM  (town):     K'/^H'Z/f^Z?    OJjj , 
AWARD  DATE:  g  -  J  -  y.5  


CONTRACT  TIME: 


DATE  WORK  STARTED: 


V-//  -  ?3 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  

%  TIME  USED: 


^  / 


NO.  MEN  EMPLOYED: 


*3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


3 

/ 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /M/^ZAL.   TELEPHONE:  _ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     / 3  ADDRESS:   


GENERAL:  UJ  £  S  T    Co*/s  TXL PC  ~T Cort//>4.£.  7~^Z?  &A/e££r<£ 

£&ZL»L&  6  a/  UJlsT    dectnte   /s9*/£  <pa1  S§4A/»/<S. 

<2£L  7jCI£  S/tuJ     Jo/a/TZ  tJ*S    aorttS^Tfa     3£Ti*)*£*J  STAfT-/^^ 

//A 3  too  T-e.  /£o**&  .  ■^•j^.xMap  Ajjj*  £/>jmx>  /3Mj*#i&ts+/<z 

cO/tfi  /)S  S*osJ  /f*  /g£  ($>u/£.£0        -5 ,  ZT   /  ^  

 Q*l£    <dlA  y  5/^//   Co  ,  /_5  T^rf^s?  

 5////s/<  7W  ^>/s  T^eor  r-/^/  /_5  d/tu<>  >a*/z?  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  AfAujfJf 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      XSs/f  /, 

PROJECT  NO.:  X  /jf? 
PROJ.  NAME:      ^y*^  ■  v  ,  ■y,?///?^ 

LENGTH:  &  ^  ' 

COUNTY:  A  '  V,.;>-y»>v  

CONTRACT  TIME:  _ 

ORDER  TO  PROCEED  DATE:  4Z=ZdSZ^ 

%  COMPLETE:  ^jy  

%  TIME  USED:   

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     ,  .-^stAj  S'/./.<.?  TELEPHONE:  '  S.-f&^> 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    '  -/       ADDRESS:  -7*  **+tisj 


CONTRACT  AMOUNT:     $  //£&&> 

CONTRACTOR:      ,  ^>/g  (2*&zL  ^  

FROM  (town):  yf/y/j/^  

AWARD  DATE:  /^-^A 
DATE  WORK  STARTED:     ^g.r  ^ 
PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   ,«3 

NO.  HOURS  PER  SHIFT:   g 


GENERAL:   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRIC 


i 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 


PRO  J.  NAME:    ."ffoiO^tl  nS/ldjL 


CONTRACT  AMOUNT: 


LENGTH 
COUNTY: 


CONTRACTOR :  AW//z?^  d£XC,  . 
FROM  (town):    „  ZjjtiU0L  dfit.  


AWARD  DATE: 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   0  

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:     £  3 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  _///) 

PROJECT  MANAGER:    TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^       ADDRESS:  ^f^-7p-C/-/?r 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT 


/ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /  •  &  3 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED: 


  —  -   ~  —  .> 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $    7.  £22^2^  ■  *'*/ 

CONTRACTOR:  .ft* 
FROM  (town): 

AWARD  DATE:  9-2./-  3jc 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   g 

NO.  SHIFTS  PER  DAY:   '_ 

NO.  HOURS  PER  SHIFT:  £ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      ^?  ~X,  TELEPHONE: 

ADDRESS: 


32.2.  -         •  •) 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^_ 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^fe^&t 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         2—  £3 


PROJECT  NO.:  JZ^  /{ZZ)3fM~3-  CONTRACT  AMOUNT:  $  ^-77J  46l<0& 
PROJ.  NAME:   gr,  $f/*-C*/??<-^t    CONTRACTOR:     P^mJ^ ^ ^ 


LENGTH: 
COUNTY: 


//// 


CONTRACT  TIME: 


40  /UP 


ORDER  TO  PROCEED  DATE. 

%  COMPLETE:   £l£L 

%  TIME  USED:   £3 

NO.  MEN  EMPLOYED: 


7- 


FROM  (town):     gfegjgggg^  /./J/j 

AWARD  DATE:  J%  '  ^  ^  &  3-  

DATE  WORK  STARTED:       4  -  £  -  %3 
PROBABLE  COMPLETION  DATE:    j£jt±  /f&3 

NO.  DAYS  WORKED  PER  WEEK:  V  

NO.  SHIFTS  PER  DAY:    / 

NO.  HOURS  PER  SHIFT:  /tf  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ZJ^O/t  S/  /l/&*f  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  '  /  ADDRESS: 


GENERAL:     J!jbgj££*j£    rt/LS    A  &e./n  /fS*/-/^  s ,yf 

'        ~fJ?  £    ^s-^<L-/i<V~e  *  /  Sfc-  +S~£,  jgk&SMd. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  yMlSO^/*- 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  -j^T^jgj^  V'  3-     CONTRACT  AMOUNT:     $328,  383.  /S* 

PROJ.  NAME:  -X  <?Q  f/tC*/ D/*r**<?  &f*/l-  CONTRACTOR:    jW-*  j 5*/rS  ^f^r/ 

FROM  (town):      j#/7/-t.a X JsL  Aff 


LENGTH: 

COUNTY:  i  f<?-  £  AWARD  DATE: 

CONTRACT  TIME:  "75  6UD  DATE  WORK  STARTED:         jS?-  4~$3 

ORDER  TO  PROCEED  DATE:  '£3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:  £-2-3~&3 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE :  (   

PROJECT  MANAGER:     f/J////^,s  TELEPHONE:  S4*/-£>4.f/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  yjfe Sgjg L.  Afif~. 


GENERAL:       /'//?*-  /  _X        <^?7^*  ^  C      /S      J-  t£/^-l~f//?4    JQ_  Z_ 

^ST7  ^  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

tigs  y-'fed", 

PROJECT  NO.:  T-zYjl) 
PRO  J.  NAME: 

LENGTH:  ~~~  

COUNTY :  ///'  

CONTRACT  TIME:  9-/~33  


CONTRACT  AMOUNT: 
CONTRACTOR: 
FROM  (town): 
AWARD  DATE: 


$  ^J9o, 


ORDER  TO  PROCEED  DATE:  &j&£j£L 

%  COMPLETE:  ^>  %  

%  TIME  USED: 


S6  % 


NO.  MEN  EMPLOYED: 


s 


DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  &~J/~&3 
NO.  DAYS  WORKED  PER  WEEK:  Sj 

NO.  SHIFTS  PER  DAY:   /  

HOURS  PER  SHIFT:  & 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       /j/.  £ '  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     j2-  ADDRESS: 


GENERAL :  fa/is/SJc       r  <^s&s^/£s9/<e*S  Ms    <?/£lh, /, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  11 


CONSTRUCTION  PROGRESS  REPORT 

July  31.  1933 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


FOR  THE  PERIOD  ENDING 

F  ?-l  (6)  43,  Ul  &  TJ2 
F  FF  7-1  (2)  46,  U3 
City  Project  -  41  

Hamilton  South  

3„ 8  Miles  

Savalli 


CONTRACT  AMOUNT:     $      4.350*724. 30 
CONTRACTOR :        Peter  Kiewit  Sons'  Co, 
FROM  (town) :      Sheridan,  Vvyomin/r; 
AWARD  DATE: 


February  28,  1933 


CONTRACT  TIME:    120  Working  Days 
ORDER  TO  PROCEED  DATE:    April  18,  1933 

%  COMPLETE:  __45  

%  TIME  USED:  50  


NO.  MEN  EMPLOYED: 


5C 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


3.3Q-33 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       Allan  J,  Putt on  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      11  ADDRESS: 


DATE: 

Oct,  4,  lc 

WEEK: 

5 

1 

3 

363-4420 


H  amilton,  Kont, 


5934O 


GENERAL:     T''"16  Contractor  has  bee^  placing  borrow,  preparing  for  the  placement 
of  curb  &  Gutter  in  town,  placing  Irr.  Sc  Drain  pipes  and  hauling  lj,"  CE.C.  to 

places  where  the  sub-grade  is  acceptable  0  

American  Zxc  has  completed  placing  Storm  Sewer  and  City  Water  Lines.  

Voik  Const,  removed  the  old  brifee  at  Sta„  105+  .  placed  riprap,  drove  piling 
and  poured  concrete  for  the  cap  on  the  North  end  of  the  Mew  Structure.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ,j22s^2jjL 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       7  -Jj,  g  - 

PROJECT  NO.:  ,<r-*.C*\  c  4-  CONTRACT  AMOUNT:     $  y7-A^/) 

PROJ.  NAME:     77^  f  ^  CONTRACTOR:     Q^jory    />«  ^  do 

LENGTH :   FROM  (town):    Zg^aduL^  <22*Jz 

COUNTY :    >A   AWARD  DATE:  ^T-  <?  =t  

CONTRACT  TIME:  9V?   tJ.  p.  DATE  WORK  STARTED:  -  ^?-^>  ^ 

ORDER  TO  PROCEED  DATE:    ^-3/-^ 3  PROBABLE  COMPLETION  DATE:  <g>-_3<?-<£S 

%  COMPLETE:   JZO  NO.  DAYS  WORKED  PER  WEEK:  ^5- 

%  TIME  USED:  4    NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  4-   NO.  HOURS  PER  SHIFT:  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      C^^jjLa^l  TELEPHONE:         ^4  9  ~<Z,4-9/ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _j_  ADDRESS:         ^  a  v    'J 0 .3  <?   

 fTIi  'sso^Ui,  /in  £  x£L tee ; 

GENERAL :  *  r  lr.     Ju  n'^y  ~T  A*,  fa.d  t^rrMx     jheL*  &L*Z^uLj 

z) — £t 

$  *  c  fc  ?/// itnj  -<? A  X?  o  / /   f  A  m.  +£T /i  *>  rt/p*  t  /*  ■  a   & *~n  A 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  5S&'-^I*~ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       7^29  ~  £3 

PROJECT  NO.:  £5  ^C7-/^)a^  CONTRACT  AMOUNT:     $  ;2  ?^  ¥76,  f£ 
PRO  J.  NAME:   gsJtksgM       J&jfj&tfa.  &f  CONTRACTOR:     j£&±!^C*JZ  Jsfj.^/tC. 

LENGTH:         j  ^  FROM  (town): 

COUNTY:         z^/ ^/.>uJa  AWARD  DATE:  //'3#'%X  

CONTRACT  TIME:  fiU _D   DATE  WORK  STARTED:      ?-  '3-g'£3 

ORDER  TO  PROCEED  DATE:    d~/f>~ZZ  PROBABLE  COMPLETION  DATE:   ZjWy  /f^J 

%  COMPLETE:  /  6>  O   NO.  DAYS  WORKED  PER  WEEK:  

%  TIME  USED:  <£  7   NO.  SHIFTS  PER  DAY:  

NO.  MEN  EMPLOYED:  3   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:         .3- &3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  /V/f 

PROJECT  MANAGER:      ///y///'^s  TELEPHONE:  'D  ¥^ti£.  tlZ. 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     2l  ADDRESS: 


GENERAL: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:        // $Q 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7 '"Z^^S 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


a,3  /^/^j-  


CONTRACT  TIME : 


9  a  lA/frff, 


ORDER  TO  PROCEED  DATE:  fy,;/ /  S  i<?93 

%  COMPLETE:  83  

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


z/ 


ACTUAL  COMPLETION  DATE: 


g»V,  3  7/.  7a 

 3*  


CONTRACT  AMOUNT:  $_ 
CONTRACTOR:      4j£jL  ^fA  -/> 
FROM  (town):      Al/sso  c .  Ai7~ 
AWARD  DATE:       ^5>A  £ 


DATE  WORK  STARTED:     Afa^r*  2<P, 
PROBABLE  COMPLETION  DATE:  t-e  J 

NO.  DAYS  WORKED  PER  WEEK:   5 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Cv/z.  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


777- 5& 


GENERAL:        <?gs,7>~.  gv  h'  ZV:    Z8s+c*~   J  <?  c -f  o  a  .  

/)//    L/T/t/r/c-r  (C/tv)  t  /Qo'Po    Ccr^J/?7>  /e  -  

A>f<- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  £l£&. 


v. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    Ju/u  J3-/f<23 

CONTRACT  AMOUNT:     $7  3.  3<?Q  . 
CONTRACTOR:  ZlT£  A/A,^ 

FROM  (town):  S  

AWARD  DATE:         y  -  <27-e2  2*  

DATE  WORK  STARTED:  ^-3^-53 
PROBABLE  COMPLETION  DATE:  ftW/-£3 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   — 

NO.  HOURS  PER  SHIFT:  —  

ACTUAL  COMPLETION  DATE:  — 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ^J^M  KS/±Z/X/riS        TELEPHONE:       jsyr  &  -  K  </  <? /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      p_Q.  ftp  x     70  3  9  

GENERAL:  €  ^  ^ ^r^>  7-     ) j6    z*J*^/j-z*>     At  f//<r  

3*  


PROJECT  NO.:    Prfs  4/40  fc/J  / 

pro j.  name:   &uAmj&tx.  aumkmA 


LENGTH:  V/g 


COUNTY :      ^r#r£   «,  I  D  B  

CONTRACT  TIME:     «^_<r     l/S,  D.  

ORDER  TO  PROCEED  DATE:    ^-/7-  £ X 

%  COMPLETE:   £«g  

%  TIME  USED:   fi^  

NO.  MEN  EMPLOYED:  — 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  /%?SS&<*//f 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  V'^Q-ffZ 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  AMOUNT:     $     £        96.  QO 


CONTRACTOR:  /fei'^T/V^ 
FROM  (town):        /ZP/jrov  4) 
AWARD  DATE:  /tf-jQ^gZ. 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  // 

%  COMPLETE:  j_JL*£2*  

%  TIME  USED:  /gjjUL  

NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


-7 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:    >^,7,  ^v'..;. 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  JS 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        y^p?7?-??  3  

PROJECT  NO.:  f  7'J&)  9/  CONTRACT  AMOUNT:     $   ?/#  £2  7, 

PRO  J .  NAME :  A/p,*.r  f/fa//j^Sfi  CONTRACTOR :      J^/t&s  ^s/.  ^ 

LENGTH:  ~    FROM  (town):  ''/5a//f  

COUNTY:  /rf$Xfov/6  AWARD  DATE:  ty-JO  -&f  

CONTRACT  TIME:    DATE  WORK  STARTED:  f-JZf-r  2. 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:  $Q  f„   NO.  DAYS  WORKED  PER  WEEK:  *£ 

%  TIME  USED:  Sd '  *%   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:  % 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:   /^///^^  ^^^/SeLEPHOME  :  S^-d*?"?/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    ADDRESS:  /^/^  /4%fj't>£//4!) 


GENERAL 


 A/sP's^?^^  /v<~  ^p/ftss/u 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:        // &  3 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


J  a/ j  Jl% 


PROJECT  NO.:  W-QP-fi/ff  Qi)  J  3 
PRO  J.  NAME:  .5  T  j  ,  l£L 

LENGTH :      r>.  g  Q  XVsZtzS  

COUNTY :  /^/JSn^/J  

CONTRACT  TIME \te+/e)<4  -J S'-** 


CONTRACT  AMOUNT:     $  £  7  3o  <*  ,  6,  X 
CONTRACTOR:    ^^j, g            * tPj/c Z&W  s*a 
FROM  (town):    ££££t3~  ^ftLL-S 
AWARD  DATE:       ^  ,  /7_^  9  


DATE  WORK  STARTED: 


ZZ 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   ^ 

%  TIME  USED:   ±To  X' 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9  S>  ~S  -3 
£T 

—J-  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      /  ,^  y/<-. .    ,-?A7  f  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


P  Q  £UX  70  3?  


GENERAL: 


JL 


>S/e 


OtJtAJ- 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:        /  /a  3 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  .Jf/« 


PROJECT  NO.:    /Q  p  &/<??  <7c) 


PRO  J.  NAME:  id 

LENGTH :        ^ ,  ft   

COUNTY:      A<7/5j<ft/  /  /p  

CONTRACT  TIME:         p    VJ .  D .  


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  9a/  ,  /<£ 

CONTRACTOR:      ^££^&L    eaAJ<Z*>*7*  JT*,'C 

FROM  (town):  /*7/5Srj   

AWARD  DATE:   

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   _/Ay  SUmJUJZMS  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  a,  £  ADDRESS: 


5~<  9-  £  44/ 


/Tltssai//.  & 


GENERAL: 


0* 


C ^/  4  Us  a  y 


aL  a.  ^  t*  $ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^P/SS^/a- 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     7^3-  f^K3. 


PROJECT  NO.:  /0Mj£_ /*/Q*) 6 /'/faMCOKTmCT  AMOUNT:     $  £g3  ggg>  6& 

PROJ.  NAME:     Yt.^lc  j^Sit$.  f,v CONTRACTOR:     ^^A,'^e    fij*£#f  ffa->l 

LENGTH:    FROM  (town):  ///^  ^ 

COUNTY:       ///jtLf/n   AWARD  DATE:  //-S&'Z?-  

CONTRACT  TIME:  d»nf',fo/e^        DATE  WORK  STARTED:        ^-/3~  % 3 

ORDER  TO  PROCEED  DATE:    /£■  PROBABLE  COMPLETION  DATE:    _jfaf.  /?£3 

%  COMPLETE:   /C>0  %*±kr  /2-  *j£&j$#*J     NO.  DAYS  WORKED  PER  WEEK:  C 

%  TIME  USED:  ///)   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:   ^   NO.  HOURS  PER  SHIFT:  /  Q 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     £t^y>/Lo/>£   TELEPHONE:  £5gj;  5"" 7/  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _/_       ADDRESS:  // 5  ft //  


GENERAL:        j&L  /ml/i^   Jf?  "7?;*     J^tfTes) t*- /  </f<?   4dS  J>td/7 

'  A3*   *  JL  c        3   *     si  ex)  JTc  A        ////?  / 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7~ 


DATE  SURVEY  AUTHORIZED:  <^--j/-£3 
/?/'s6er   /PlVt  r£rt</<?^  DATE  WORK  STARTED:  %3 

  ESTIMATED  COMPLETION  DATE:  /£*j/*£3 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE :  /'S'jff-  g  7/7 

%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  /^jCS  &dL^ 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7~7-f-£3  

PROJECT  NO.:    ^.5   S^Z-/ f^)  DATE  SURVEY  AUTHORIZED:     ?~  3-*/-%/ 

PROJ.-  NAME:    7///tf      /j/ /(/  DATE  WORK  STARTED:        //-  5" -g/ 

LENGTH:  ^  7>7//^  ESTIMATED  COMPLETION  DATE:  f^-rtj/n- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  /f. 'fjj  f  j $/ 'fT^Cf  TELEPHONE:        7SS'"  S7/7 

NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:  _JV? 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRIC 


I:  ^l65QOik. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  '7^^"'63 


PROJECT  NO. 


PRO  J.  NAME:  ///J>*j  -y^g^ 


CONTRACT  AMOUNT: 


LENGTH: 
COUNTY: 


CONTRACTOR:  /v"~/-£ff^p  -ffifrnrftJ^Ptt- 
FROM  (town):  ././ /^Jtf  /J'f/'- 


CONTRACT  TIME: 


3d  //JD 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   ^ 

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


X2> 


AWARD  DATE: 
DATE  WORK  STARTED: 
PROBABLE  COMPLETION  DATE:  ^^f^$3 
NO.  DAYS  WORKED  PER  WEEK: 
SHIFTS  PER  DAY: 


7wr 


NO 


NO.  HOURS  PER  SHIFT: 


JL 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE 

— 3  

TELEPHONE : 
ADDRESS 


PROJECT  MANAGER:    orj r/ 3/ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL 


32 


^22 


7 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  //^5C5^^4 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        7~  2- 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $    M  4  7f , 


CONTRACT  TIME:       3-0  /(jD 


CONTRACTOR 

FROM  (town):  ^jjk^^/ZA 
AWARD  DATE:  >^  /?£3 

DATE  WORK  STARTED:       £-  &z£3. 


ORDER  TO  PROCEED  DATE:     ^'^/-g 3 

%  COMPLETE:  O  

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  £-/£~g3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  £  -  /7~%3 
EFFECTIVE  OPENING  DATE:  ^/ $ 

PROJECT  MANAGER:    tfJl  f- /' s  /  "  ?    t-  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


LNERAL:  /(/ft       /^S/?*-  /  ^ J ^  ^u/rtj/fcj 


7- 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  /^/a^tl/a^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO. : 

PROJ.  NAME  :    ^35?/ta~f)U-S  -/forf L 

LENGTH:  JZ-  

COUNTY:  A, A  £  

CONTRACT  TIME:        30  UJD  


CONTRACT  AMOUNT:     $   "T7¥  ^f^**^ 
CONTRACTOR:    fti/trtiJ*  fad^s/A^Zl 
FROM  (town):      &t-4L/f/S'£  _  jrfT- 
AWARD  DATE: 


DATE  WORK  STARTED:  &zJMj^j3_ 


ORDER  TO  PROCEED  DATE:  3-/'g3 

%  COMPLETE:  7^  

%  TIME  USED:  3  *3-  


NO.  MEN  EMPLOYED:    /0  To  4& 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  ft  St  *  j**  ^  TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      Cl       ADDRESS:  ??£./ZaX. 


GENERAL: 


^7  J 


J>f  Yl*/r?jP  k  "fed 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        J''???' 33 


PROJECT  NO.  :     £~LmLl  3  <^>Q  93, 
PRO  J.  NAME:  /^?/-^,itW 

LENGTH:         /£.  ?      />7  / L  i?S  

COUNTY:      t&jfez^L  /^ATT^^n 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:   

%  COMPLETE: 

%  TIME  USED:  /?£~ 
NO.  MEN  EMPLOYED:  3S 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $       /y!5,  9/?S.  ?Q 
CONTRACTOR:   s7/77P;&?  ^njJGf 

FROM  (town):  £,tz.;**z<  

AWARD  DATE:  2  I  -#7^  

DATE  WORK  STARTED:  J-ltS'Z.  


PROBABLE  COMPLETION  DATE:  9-/  83 
NO.  DAYS  WORKED  PER  WEEK:  £~ 

NO.  SHIFTS  PER  DAY:   I 

HOURS  PER  SHIFT:         /g  -  J  £ 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL:         p/)u  /t  v  ;     ££&  y?#  77n  kis  ^  &U  7-L2^&&  

j3#Mgm A^a      t       j  i  sk^Crtt l£h>£Z  s?*  y">  &g£L  zAj£LtsLLL/£ 

/aL&UM.     4$gShl    /2a*U£.     &£33cli£JSEhJ.  -5V)977tt/^  /7?o   s4<^&  2-3 36> 

//?/*  /  v  l  /ajis 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:    /)^/^5^  U- 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 
4-  i  bb' 


bbij  Critic  Si-  £ 


PROJECT  NO 
PRO J.  NAME 
LENGTH:   

COUNTY:    Zy^^A  j  A/*  f/**J 
CONTRACT  TIME:      'f-A^  tferyrtf.J)*??. 
ORDER  TO  PROCEED  DATE:     /Q.- 2-Q- 23- 

%  COMPLETE:   / 6>  O  

%  TIME  USED:    -~ — ~~~  

NO.  MEN  EMPLOYED:   * 


CONTRACT  AMOUNT: 

CONTRACTOR:    St* r> * / > r> e  /^//y//^/^5; 


FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE:  -?-~?£-23 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  g^g  C-  S3 
EFFECTIVE  OPENING  DATE: 


PROJECT  MANAGER:  &-/»^cJi£ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


GENERAL: 


£ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  $fcj£g&J*~ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  &3 


PROJECT  NO.:  />7£P  £-/f/-?)S'£,  CONTRACT  AMOUNT:     $  2-6 

PRO  J.  NAME:  7%6>rif3c>\  tfytf  &'tjf£  CONTRACTOR:  J5>  /rs/ //?  { ^/W/Vff'/^S? 

LENGTH :   FROM  (town):  A//*,  /tit- 

COUNTY:  J^V-r?^/^*  AWARD  DATE:  //~30'23-  

CONTRACT  TIME:  ^m/tflf/s  DATE  WORK  STARTED:  -   

ORDER  TO  PROCEED  DATE:    /^-T-C^T-  PROBABLE  COMPLETION  DATE:  S3 

%  COMPLETE:    &  NO.  DAYS  WORKED  PER  WEEK:  — - 


%  TIME  USED:    NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   <&+njuA  £   TELEPHONE:  7 SIS'-  ^7/7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         %  0  X 


GENERAL:       /sOfh/t      J/C^  ~/  ^/^^^</  g/£ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^fe&glwL 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     ^-^7-' ^3 


PROJECT  NO.:      £_  7^  CONTRACT  AMOUNT:     $  / 

PRO  J.  NAME:    P/<L /r>  S~  5*  t£jSi  CONTRACTOR:     /"/^ ^nt/jlt 

LENGTH:  /  £  FROM  (town):        //lib  /- 


COUNTY:       £&&j£jgdz5L   AWARD  DATE: 

CONTRACT  TIME:         // 0  ttQP  DATE  WORK  STARTED:       ^ -> $3 

ORDER  TO  PROCEED  DATE:    3 '3/-  £3  PROBABLE  COMPLETION  DATE:  /0~3/~Z3 

%  COMPLETE:   £  d   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:              3~7   NO.  HOURS  PER  SHIFT:  £_ 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^/{J/jL-f/A  t                 TELEPHONE:  -  S~C  /  f 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:                ADDRESS:              #Q  £a X  7£7 


GENERAL:  t  4*rr'£*^~/at-'  4^  J/htr//r?4^  gj£M*^£2# 

>Ji/-y  y>?  7%ZJL  €L£**~  ^/-^CA^r/At-chf-Cj 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^/ISO*-/^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:  S^S'//s) /  CONTRACT  AMOUNT:    $  /J[23  / 63,3*3- 

PRO  J.  NAME:  IQts  £  JBc*  rO  <  JDh  M  *//tJ.  CONTRACTOR :    MlJsMirt.  &/?5l?fa. 

LENGTH :  .   FROM  (town):  jtff 

COUNTY:  / /tM -U-U  AWARD  DATE:  y-//^23  

CONTRACT  TIME:        /:5~Z>        £>  DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:  ~  S3  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   d!>   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:   0_   NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    ^AtJJlIl$Ml  TELEPHONE:  '"2£~LJZ  ^7/7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /Rd,  %QK  a 


GENERAL 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  MStA 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         7-  29- A 3 


PROJECT  NO 
PRO J.  NAME 

LENGTH:   \ 

COUNTY:    ^Tzat  i^t? 


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $    2a  3  3  TTcrQ 
CONTRACTOR:     ^r.t^ny  ,A>*ert.  ^?^r-^> 
FROM  (town):  mSl,*  &£dS. 

AWARD  DATE:  /Q  -<S»Z  

DATE  WORK  STARTED:  /-  /£  -^?3 


3± 


PROBABLE  COMPLETION  DATE:  I  A  J  -&3 
NO.  DAYS  WORKED  PER  WEEK:  0 

NO.  SHIFTS  PER  DAY:   a 

HOURS  PER  SHIFT:   


NO. 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         <  P ^^T~  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:      O       ADDRESS:  _ 


GENERAL:  /'fo.SJJ/^C       (.,»■<>  ^72^n  <2AJL  ^-9 -eft-?  

^£2.  us^£   TO   /?n^t~ — O^J. — 2. — &ilS£  LtJ.  

e±  T    (Jo  (jft&Z&g.   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ffi<)Hc 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NUMBER  &  NAME 


DESCRIPTION 


u/jatnina 


NEXT 
MILE- 
STONE 


M-HRS 

USED 

THIS 

REPORT 

PERIOD 


% 
COMP 


EST 

COMP 

DATE 


Ana  tfpan  Sf^ 


<0 


70 


ptri 


40 


/6> 


7S5 


P/fJ 


%± 


2* 


3$ 


0 


SO 


tea. 


7 


8/, 


-70 


P/ri 


4S 


/s 


P/H 


/ 


3, 


V$4 


P  3Cei~U&3_  _ 


SO 


"A3 


te/4apr  


P/H 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221D 


DISTRICT:  Bu£t& 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING  :    Su  /  y    2&j  ^3 


M  1212.  Cg\ 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


CONTRACT  TIME 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

TELEPHONI 
ADDRESS 


PROJECT  MANAGER:  <Q.  fQL^onJ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


P.  (0  ■  Tb<^  ///  o 


7So  <T-  £MA>\) 


GENERAL:       /Y) /  A1  J /  aJ <$-  M  /  ajj   /  S   <Lo  m  p  I 'e^is.      / x/c/uU, aJj> 

C&u a) e~dt~/oKJ    ~//+&o   fa  O-/-0Q,  Mutt.   

4t>  4>    cLo  as><sl  d  u  te.i  tjci   QotJs  mac-fa 


'0  ASf 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  S^77^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7/JZS/S3 

PROJECT  NO.:  q-#<Z3}£7&/  CONTRACT  AMOUNT:     $  <?C? 

PROJ.  NAME:  ^^,y^ 7W^^^/^/CONTRACTOR :  c">Jr/**M^  /w/^x/r^r 
LENGTH :  £,<7  sif//e,S  ^^FROM  (town): 

COUNTY :         fg+s*// ^SYg^A  AWARD  DATE :  ^///^  

CONTRACT  TIME:  %f  A/.  /?,  DATE  WORK  STARTED:  JT/jZ,'/ 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  g/6~/&J 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  S~ 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  g  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       ^/  A/,  AZeZf/^      TELEPHONE:                -  3 ^r?TZ,$ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_  ADDRESS:   

GENERAL :        JJos/r    C^UZtS^jtSZk^L  <£&*jt2j>^i&   Z>^*sJ  JT* /?  7$  . 

/'"/serf'    ^?>^    9£"£     ,    r5g*?^w*    tZ^'sZ  y  S^e^A/s^ty  - 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Sj/TTB. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  y-£&-£2. 


PROJECT  NO.:  /C  X-3L(2.X)3.fr  £/J 
PRO  J.  NAME:  /^£>^lq  &S5  £  ?U> 

LENGTH:   y  xf/.  

COUNTY:  gJc&SAlS.  £^&S& 


CONTRACT  AMOUNT:  $  /,  70&;  3  J .OO 
CONTRACTOR:  /?sf>///9J.T  sa/<Z 

FROM  (town) : 
AWARD  DATE: 


CONTRACT  TIME: 


7t>  M/>. 


DATE  WORK  STARTED: 


-P3 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9  -3d  -&3 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  yf .  77  It/s/SeW  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


3-797 


Wo 


S77 


GENERAL: 


r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-28-83 


I-15-l(27)58U-i 

PROJECT  NO.:   1-15-1(54)51  U-2   CONTRACT  AMOUNT:     $  5,316,245.38 

PROJ.  NAME:gillon  3outh,  (Sou^h  Sectj  CONTRACTOR:     Beyer's  General  Constructors  Inc. 

Pipe  Organ  North  (North  Sect. J  —  

LENGTH:  5.7   FROM  (town):     Butte,  MT  59702  

COUNTY:     Beaverhead   AWARD  DATE:   9-2-81 

CONTRACT  TIME:       200  W.D.  DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  10-1-81 
%  COMPLETE:  100 


%  TIME  USED:        99   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:        4  tO  10   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE:  7-18-83 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        Caprara  TELEPHONE:  683-6290 


9- 

-16-81 

DATE 

7-18-83 

WEEK 

5 

1 

10 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _6_       ADDRESS:       PO  Box  1342 


Dillon,  KT  59725 


GENERAL :    The  contractor  has  completed  clean  up  work  on  Project,  also  

One-'.Jay  Sign  has  completed  signing  cn  Project  on  July  18.  1983.  

The  Engineering  Crew  has  been  working  on  notes  for  Final  on  this  Project, 
also  have  been  working  on  various  other  Projects.  Items  and  percent  complete 
are  as  follows;  Grading  -  100  %\  Drainage  -  100  %;  Grqgel  -  100  %\  Plant  Mix  - 
100  %;  Fencing  -  100  %;  Signing  -  100  %•  and  Seeding  -  100  %.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


33 


DISTRICT:  6u~rT£T 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 
O/ttc*/  jShy-rM  C Seer.) 


3./ 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   £7,3 

%  TIME  USED:   ^9.  / 

NO.  MEN  EMPLOYED:  ± 


ACTUAL  COMPLETION  DATE: 


TToiy  ZSj  /9S3 


CONTRACT  AMOUNT:     $  7J^77)  999.  79 

CONTRACTOR:    B&y£-*zs    CTeneiZAL  CcwST/e<jeTQ#s 


FROM  (town): 
AWARD  DATE: 


Air. 


3>-  &JZ. 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


/ 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  Ft.MN 
NO.  OF  ENG.  PERSONNEL  EMPLOYED 


JO 


TELEPHONE : 
ADDRESS : 


<£  3  3  -  7S 


Diccc*js  Air. 


GENERAL :  ener^l       C^C>s>  s^iu-e  jo^s    f/°A,me)     c/gp ,  „j     <=}  e*,*  t, 

C I  *-  a.  *->  <-c/3  j  / \£tSLl*UjLL&g.    &£St  b<X.^  k/net\4     p  to  jpc  -fohs  f     tcxj  <rA*-p,;g 

e&td     A~l     //>g       7b      S*<-  4j  +  ac/e     />/ue  hf>Sj  /So  J-  /fo  a^^d  o+*>*  A> 

a-^d     s;<Je^Atlc       <5*\    *4     <x+vd      A-/      1 1  *e .    (  st--b)  

p  <r>  d>  &  d      ^0?*^    pn/e       h^S  cs    o»    *A*     cxnd    A-J*  tine,  

 g     //^g  pCLutct      +t<sn\  TX3  itc/ading    CLpp+qcLc  Ae><: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:   R„t,te 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  y.pft-ft?  

PROJECT  NO.:      115-1  (27)58  U-?  CONTRACT  AMOUNT:     $  2.332P787.95 

PROJ.  NAME:    Dillon  South  (No.  Sec.)       CONTRACTOR:    Beyer's  General  Constructors  Inc 

LENGTH:   3.6  miles   FROM  (town):      Butte.  Montana  59702 

COUNTY:  Beaverhead   AWARD  DATE:      March  5,  1982  

CONTRACT  TIME:  256  forking  Days       DATE  WORK  STARTED:      March  26,  1982 

ORDER  TO  PROCEED  DATE:      April  16,  1982  PROBABLE  COMPLETION  DATE:      Sept.  1983 

%  COMPLETE:   80   NO.  DAYS  WORKED  PER  WEEK:   5 

%  TIME  USED:   69.   NO.  SHIFTS  PER  DAY:   \ 

NO.  MEN  EMPLOYED:        18   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Harold  A.  V.iebe  TELEPHONE:  68^-^7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      P.O.  Box  Ub5  

Dillon.  Montana  59725 

GENERAL:   "STRUCTURES"  

Poindexter  Slough;  Finishing  abutment  wings.  Grade  Separation;Stripping  north- 
bound base  of  deck  forms  and  finishing  southbound  sub-structure „  South  Dillon 
Interchange:  Stripping  and  finishing  base  of  deck  and  diaphragms  ilso,  fini- 
shing sub-structure.  Union  Pacific  R.R„ :St ripping  and  finishing  base  nf  deck 
and  diaphragms.,  Park  Street  Sp  pa  rat  ion;  Forming  base  of  deck  and  diaphragms  for 
the  northbound  structure.  Alsoj,  formed f  tiedf  and  placed  reinforcing  stepl  and 
Class  "AL"  Concrete  for  the  north  and  southbound  backwalls.  Blacktail  Deer 
Creek:  Finishing  backwalls.  Percentages  complete  for  these  items  are  as  follows : 
Structure  Excavation  Type  I  50%:  Prebore  100%;  Reinforcing  Steel  85%;  Class  "ADr 
Concrete  95%;  ^erk  Bridge  75%;  Bridge  Survey  80f;Traffic  Control-Flagging  16%; 

Class  "BL"  Concrete  71%;  Protective  Co.-t.  70%:  Structural  Steel  75%:  Pervious 
Backfill  Material  100%;  All  test,  service  and  drive  piling  is  in  place;  All  of 
the  Prestressed.  Beams  for  the  above  said  pro.iect  have  been  set.  The  contractor 
worked  twenty-three  (23) j  eight  (8)  hour  shifts  .  

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


MBP13-4(1)94,  MBPI5-1  (70)6C 

PROJECT  NO.  :  &  MBP1  5-1  (71  )6A   CONTRACT  AMOUNT:     $  21.317,00  

PRO J.  NAME:     State  Maintenance  Bridge  CONTRACTOR:      Kagestari  Painting  &  Daggll,  inc< 

LENGTH :   Painting  FROM  (town):      Kalispell.  Montana 

COUNTY:       Beaverhead  and  Gallatin  AWARD  DATE:       March  31 ,  i<Mtt  

CONTRACT  TIME:      127  working  days  DATE  WORK  STARTED:      July  1  ft    1  Qfi? 
ORDER  TO  PROCEED  DATE:       April  16.  1  983  PROBABLE  COMPLETION  DATE:       August  1  Qft3 

%  COMPLETE:   60   NO.  DAYS  WORKED  PER  WEEK:  (, 

%  TIME  USED:  66   NO.  SHIFTS  PER  DAY:   t 

NO.  MEN  EMPLOYED:     _jk   NO.  HOURS  PER  SHIFT:   Q 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Harold  A.  k'iPbP.  TELEPHONE:  (j&JM 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _\_       ADDRESS:       P.O.  RnY  y  A5 


Dillon,  Montana  £2225 


GENERAL:     Jefferson  River  Bridge  South  of  Three  Forks;  Sand  blasted  an  loaas 
paint  and  rust  on  the  steel  girders  and  nose  angler;  on  fchjj  pjPT.  shafts „  Th^n 
the  steel  girders  and  nose  angle  were  primered  and  painted^  this  structure  is 
100%  complete.  The  contractor  worked  six  (6)s  nine  (9)  hour  shifts,  


Bridge  over  Beaverhead  River  North  of  Dillnnt  Sand  blasting  lnnSP  paint  ar>A  r,=t 
off  span  no.  1  thru  span  no.  3  steel  girders  and  applied  first  coat  of  primer 
on  spans  no  1  thru  no,  3.  This  structure  is  50%  complete .  The  contractor  barked 
three  (3),  nine  (9)  hour  shifts  employing  an  average  of  four  (U)  men*  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  Butte 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 


FOR  THE  PERIOD  ENDING: 
I  IG  15-3(32)157  H2 
I  15-3(29)160  U5 
I  15-3(31)164  


Basin  East,  Beulder  West 

Beulder  Inter.  Rct.  

LENGTH :         5.4  Miles  

COUNTY:  Jeffersen  

CONTRACT  TIME:      280  Werking  Days 


July  28.  1983 

CONTRACT  AMOUNT:     $  12.424.462.39 
CONTRACTOR:      Peter  Kiewit  Sens'  Ce. 
FROM  (town):      Sheridan.  Wyemnq 
AWARD  DATE:        July  15.  1980  


DATE  WORK  STARTED:      Aug.  11,  1980 


ORDER  TO  PROCEED  DATE:  July  15,  1980 

%  COMPLETE:  99  

%  TIME  USED:  98  

NO.  MEN  EMPLOYED:  4 


PROBABLE  COMPLETION  DATE:    Aug.  15.  1983 
NO.  DAYS  WORKED  PER  WEEK:  5 
NO. 
NO. 


SHIFTS  PER  DAY: 
HOURS  PER  SHIFT: 


8 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:      Oct.  29,  1982 


PROJECT  MANAGER: 


Wi lliaa  fi.  Berk 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


(406)  225-3962 


P.O.  Bex  26 


Beulder,  Mint .  59632 


GENERAL: 


P.ant rar.fr  fini<h»ri  nr.lamati mn  mf  grav*»l  pit  *xc»pt  fer  siding. 


 Prej»ct  is  ceapl<>te  except  fer  seeding  ef  gravel  pit  and  a  swal  1 

berrew  pit  which  will  be  dene  in  August  1983. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT 


3 


CONSTRUCTION  PROGRESS  REPORT 

7-Z7-83 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


FOR  THE  PERIOD  ENDING: 

//?    /j5-4  f-£S)  J-DO 

l/Z    tS-  4-  fs?)  2  17 
/-/  e.  l.  £A/A  -  A/ n  /2  T/-/ 

Z.5,7  fi/)lt.£S 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


$  3.  768.15/ 


CONTRACT  TIME:  u>a/ctL  l/u6r  bHtt  DATE  WORK  STARTED 


3-  3/203  


ORDER  TO  PROCEED  DATE: 

-<$3 

PROBABLE  COMPLETION 

DATE: 

%  COMPLETE:  0 

NO.  DAYS  WORKED  PER 

WEEK: 

%  TIME  USED:  O 

NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED: 

NO.  HOURS  PER  SHIFT 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE 

BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  A  .  G.  Re  QTHgjL 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS: 


44-9-303/ 


GENERAL: 

4  Aj     /9  U  Cr  U  5  T 


~3h  £     r,oA/  rjzsh  ctaaL     Pl.  /?  a/ 


3 


/ 


/Q*      Ssn  3/2-  £=  laJ  &AJ 


C  3  £.  W  /sajc?     £  ^3^/7  T/  l)aJ  ,  Qu//L- 


A 


3z  /.-  m  /r5  ue  A/ 'or  /3iz 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     Ti  l/Tr^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7~2£-g3  

PROJECT  NO.:     FT?_Z*>- 1(&\0  CONTRACT  AMOUNT:     $   7£/^,  097,  £5 

PROJ.  NAME:  ]/,J?gilJlfi  Ctr^-  £kj>,,S  CONTRACTOR:     J(»,u,T7.  OoK>TA> #CT/ sJ<f 

LENGTH:  7,  7     A^f/f5   FROM  (town):      /  <riQ  <1>  1  <rujnj  

COUNTY:         M*T>\SO*J   AWARD  DATE:  -   

CONTRACT  TIME:  70     \{J3-  DATE  WORK  STARTED:        g  -J/-%1^ 

ORDER  TO  PROCEED  DATE:       <g  -  H-%$  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:   /QQ  %   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  9/>   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:       V  -//-  %3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:     g  -     ~  %  3 

PROJECT  MANAGER:      ^LulJ  )f>  £  TELEPHONE:  J^>%<&-  9S<££  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         ^Bo%  /J/O  

GENERAL :      Aoaj,  T7    Qey  T£*K  T'+><J  StTrt-l    4    C*  V  <°  *  __7~ 5<3 

jv^^xm    7-g-g3   t  fe^a^  &j*tAjr^j  J~a/c. 

The  CjSU!*J&&£-L  .  :  

 3    ikjMM  Ul£>£rk-i*i(r  £LtU  fl/VrtL   23?  3<T  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:         Z9~  CONTRACT  AMOUNT:  $ 

PROJ.  NAME:    &2£&&Ztl  CONTRACTOR:   ^//^  d^22**j^hsa**$&A^£Ul 

LENGTH:  JT,  /   FROM  (town):  A//^,   

COUNTY:         S//^e^    AWARD  DATE:  /£?/j?<2/.#Z  

CONTRACT  TIME:     //CP   PJ.  2?,   DATE  WORK  STARTED:  //g//&S 

ORDER  TO  PROCEED  DATE:      ^ J  PROBABLE  COMPLETION  DATE:  ^^/^/^J 

%  COMPLETE:   6>0   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:   ^9   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:  &  ^9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  U,  TELEPHONE:     ^/9V~  JZZV  ^at7?^9 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    /JT  ADDRESS:  r?£?<gg  

GENERAL :       Lla>^   d?n  <s,s/e<f/  o-f    SY^ee^T^  ^jr£^t  ,yat^-/o^t  >y 

/oystsJ,*y  -  ^//^    ZV^/^^  '  93%  c5^/^-yQic^>y  —  v^3   

g  '  '   


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  S^'PO -^f<^5">U^;  CONTRACT  AMOUNT:     $  s^g^T^. &2 

PRO  J.  NAME:   ^^t^^C^r^'^^TS^  CONTRACTOR:      7&^^<£U<S*e.  £g . 

LENGTH:  S^^t^S   FROM  (town):      &a^~  S^yfe^ 

COUNTY:  ^^^^^aa^^^S^Sg^^^  AWARD  DATE:  ^ggag^jjg  

CONTRACT  TIME :  s2jk0&«ce  ^frfiG  DATE  WORK  STARTED:  xgfv^Sg 

ORDER  TO  PROCEED  DATE:      yjO'^7iiiZ  PROBABLE  COMPLETION  DATE: 

%  COMPLETE:   ^/   NO.  DAYS  WORKED  PER  WEEK:  >T 

%  TIME  USED:   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  cX^&t^^&sj/  TELEPHONE:  SZ&Z-/^?/' 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    2L       ADDRESS :  st^^^T 


GENERAL:       sZ*^  ^£^^fy^7~  <r^=~  s^S&tT- s*&*r  *Ji&&*5&CssCA?  S^/sflS 

**?<2?zs*~>c/s~    <^&j*te&&srs<c  ><^t^>^s^'«s/  ^ggfeg^gjgg^, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  BuT~£ 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       7~  Z8~  83 
T  90-7(37)350  Ul 

PROJECT  NO.:  #S  BRS  ££>3~l  C3\Q  UZ  CONTRACT  AMOUNT:     $  S.79D.  62£,<9~7 

PROJ.  NAME : Sr/?wc DALE- Muti-ref  s  sky  sac  CONTRACTOR :     k/j^Jc£NS  &J?oT»£#S 

LENGTH :  ^/y   FROM  (town):    y^g^yjr^W.  A/r 

COUNTY:  Su^rj  ^/pa^  g_ AWARD  DATE:  2-X8~8l 


CONTRACT  TIME:      ^3Q    fa*JX  DATE  WORK  STARTED:       3  -//-%/  

ORDER  TO  PROCEED  DATE:     V-/^  -X/  PROBABLE  COMPLETION  DATE:  - 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  g 

%  TIME  USED:         9Z   NO.  SHIFTS  PER  DAY:   ~- 

NO.  MEN  EMPLOYED:   ~  NO.  HOURS  PER  SHIFT:   — 

ACTUAL  COMPLETION  DATE:      ^-/6>  ~£3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:        £  ~8~83 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  S,T^/V  TELEPHONE:  ZZJ.-7<?f_r  

NO.  .OF  ENG.  PERSONNEL  EMPLOYED:     ^_  ADDRESS:    //jf  U^ksr  /%Mr  /&x  .-P 

GENERAL:     £&k2L    Pat/?   tubs  SVJ?A?s-7-/?£>  tz  /Jelfms?  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:     ftU  J-j^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J7^/  2fi 

CONTRACT  AMOUNT:  %JfJ£^t  44Z.Oi 
CONTRACTOR:     £$kJ&Au&*  £*tdu 

FROM  (town):  fZ/A  

AWARD  DATE:     /fy^  J  /  J 9  fl. 
DATE  WORK  STARTED:     fysl/  JLi^  /94JL, 
PROBABLE  COMPLETION  DATE:      #-/ST-  S3 

NO.  DAYS  WORKED  PER  WEEK:  ^  

NO.  SHIFTS  PER  DAY:   /  

NO.  HOURS  PER  SHIFT:  £  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    Q,  £JJj&l  TELEPHONE:    ^ZJLSL-  70 S£- 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     //jgjZ.    U/r</  /2p 

/n/i^fst**^/*},  Sf/j7  

GENERAL :  -^//^  ^mjJAjtJ.  J*  CAmA  r»  ZlOc&SL  T^Lr^ 
remfivt^y  X-6ufrs  {Lack  &et  A  *  f  jPfajcd  an  /I  4t££*  / /t  sA   


PROJECT  NO.:  jZp  7(37)^0  U  2, 
PRO  J.  NAME:  ^.^J^L  -Ify  77~ 

LENGTH:  J3.   

COUNTY:  J?*j^Jf,-*ss  

CONTRACT  TIME:     jjg   u/ts&y  Oy  < 
ORDER  TO  PROCEED  DATE:    jf^-J  llf%1L 

%  COMPLETE:   

%  TIME  USED:  ^  

NO.  MEN  EMPLOYED:    JT  £    / £>  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  BurrE. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-28-83 


PROJECT  NO.:  SS<ff> 

PRO  J.  NAME:     s%£?ssJ77  StocJzF/J.£S 

LENGTH:   £  

COUNTY:  V  £ki&LZZ£S  


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


//-/<} -83 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:     DlS£IWl£     ^OaJST,    <ZTo , 

FROM  (town):  y^77  

AWARD  DATE:  ^-S3^  


DATE  WORK  STARTED: 


/-  3  -F3 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER 
NO.  OF  ENG 


yf?77  U^'y/So^ 
PERSONNEL  EMPLOYED: 


TELEPHONE : 
ADDRESS : 


7<?J-/797 


GENERAL: 


7^ 


r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ButTB 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 
Mil  Sfo7Q) 


7 -18 -S>3 


PROJECT  NO. : 
PRO  J.  NAME:   (5>a,t/«£aJTJ*  L  DfilVF 

LENGTH :  ^  

COUNTY:      5}J.m=Z>  AlaJ  

CONTRACT  TIME: 


CONTRACT  AMOUNT:     $           ,  6>9/,OQ 
CONTRACTOR:  J///  G/lAZ4*j  £tc  /MZ, 
FROM  (town):   


AWARD  DATE: 


3-3/  -£3 


60  MZ>, 


DATE  WORK  STARTED: 


3~ -  3/^3 


ORDER  TO  PROCEED  DATE:  >i/-^/-g3 

%  COMPLETE:   

%  TIME  USED:  j5~~y  

NO.  MEN  EMPLOYED:  ~ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER :  /^e^Z-Z.  TELEPHONE 

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


7<P2  -779  V 


ADDRESS :     /?cy~T/E;  A/7 


3~97C/ 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


is 


DISTRICT:  £Z>y-r£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  V - £8-83 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


CONTRACT  AMOUNT:     $    <£fffy  .3^.5", 
CONTRACTOR:     A//£y£je    <^2>a/sT.  <Co. 
FROM  (town): 
AWARD  DATE: 


/r/^/A/gs.  A/77 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /£>Q 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


DATE  WORK  STARTED: 
PROBABLE  COMPLETION 
NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT 


9-7-SZ 


ACTUAL  COMPLETION  DATE:  £-J4-&3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:  <£"-^y-^3 
PROJECT  MANAGER:    M  5Hijy/_£/p 


NO.  .OF  ENG.  PERSONNEL  EMPLOYED:  ~ 


TELEPHONE: 
ADDRESS : 


DATE: 

WEEK: 

-83 

GENERAL:      <?S/&iJ=;ss/ 6  J  A   /^a/sIL    IMt/9     /-S    /%>o  &A£SS/a/6 
S/S  ^/VV^  >   ST    JS   £STJAS,4T£Lf>     77//IT  /^/aJAL 

/2*r/9  6u>/^/L  7b  AteU=*/A    d>/J  8-3-83  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  H>uTr£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  *7-£^?-g3  

PROJECT  NO.  :  ZTV  3  /  3  CONTRACT  AMOUNT:     $  J  %l^,^3^}, 

PRO  J .  NAME :  OaWoaJ  Qtt££Ufi?  CONTRACTOR :  /fJdTjUT^^ O^T^UOTXh*^  tJ  T/UQ^  . 

LENGTH :  3     Mm^S  FROM  (town):        fj^r-    TALiS>  }  Mr. 

COUNTY:  C^ALL  t^T)  K)   AWARD  DATE:  7*-//-ff3  

CONTRACT  TIME:  75       kJ^V.  DATE  WORK  STARTED:       7-  /  2 -33 

ORDER  TO  PROCEED  DATE:     9) -3'%^  PROBABLE  COMPLETION  DATE:     9~/5'  S3 

%  COMPLETE:   O   NO.  DAYS  WORKED  PER  WEEK:  J? 

%  TIME  USED:   O   NO.  SHIFTS  PER  DAY:   I  

NO.  MEN  EMPLOYED:  NO.  HOURS  PER  SHIFT:   ^  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   *Slutj  L  £~P  TELEPHONE:         j?  €6  ~S56Z  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     S_       ADDRESS:         tSoy.  //ID  

'gcr.rMWj  MlT  £9715 

GENERAL :      ~r/ie.        rg  CQn  s ■  fru  c.~f>  o  r>  (2&v) Pe ^ e.n  c_e   UJqjs  Ae/J  gq  "XAlsL 
T?,^.-^;/?^    Arret   ^A^?,,     rf&tZt^  #  C<?»~hctor-, 

/ss? dee.',?  <  2 '/ Z7/#"?  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ffijH'e 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:  W/'/0)o  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:  ^7/7^^//'  DATE  WORK  STARTED:  ^Jc)  r^fuJ  AzS/fMcd 
LENGTH:  ESTIMATED  COMPLETION  DATE:  *  


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  ^jffc 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <7/^sjs3  

PROJECT  NO.:      M  /2./Z  f 4\  DATE  SURVEY  AUTHORIZED:  <-  

PROJ.  NAME:    /Z&yf  fi/tfs/-  A  'f!z/f    PATE  WORK  STARTED:       AJr)  &?US jfes/ffi&f 

LENGTH:    ESTIMATED  COMPLETION  DATE:  

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 
PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:  £L  I  

PROJECT  NO.:     //  /X^f  /  /  )  DATE  SURVEY  AUTHORIZED:  C,/&/£3 

PROJ.  NAME:     /f  ^  A>/-  v/^   L  S?aL  DATE  WORK  STARTED:      /fy   f  sr  ^t/s*. 

LENGTH:    ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


PROJECT  NO. 


LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ^/y^  3^ 


PROJ.  NAME:  &  


DATE  SURVEY  AUTHORIZED:  9/9//^^ 
DATE  WORK  STARTED:  /[/^  £.re«J  /fsS . 
ESTIMATED  COMPLETION  DATE:  ' 


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE : 
%  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:  Qltit 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


r:  7/zel&3 


PROJECT  NO. :    //£  90  ~4 (3  7)2-30        DATE  SURVEY  AUTHORIZED:  / /&3 

PROJ.  NAME:     /^Mt^tJtf  /^S  £ (H/J  DATE  WORK  STARTED:     ^U/A^^/l^ 7^7/S3 

LENGTH:         /Q    M/Jc*>   ESTIMATED  COMPLETION  DATE:  <~ 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     /gj/  /^g^t^L-  TELEPHONE:   

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE:        '  ~ 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:    /X?  9fl~£(4£>}Z£>C     DATE  SURVEY  AUTHORIZED:       / /S3 

PROJ.  NAME:    /^So/tor// J5?*f      DATE  WORK  STARTED:      /Ja  &(Tu) Ass/?/* ft/ 

LENGTH:        ~?  @Jjj£&   ESTIMATED  COMPLETION  DATE:  " 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER: 


NO.  PERSONNEL  ASSIGNED: 


TELEPHONE:   

%  COMPLETE:  *" 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


B,jHc 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


7/7/903 


PROJECT  NO.:    fi/ZF  (?)ZZ.       DATE  SURVEY  AUTHORIZED: 

PRO  J.  NAME:  /jjf/r  ^jMlL  ^  DATE  WORK  STARTED:  £h  AsS/Wlejt 
LENGTH:    ESTIMATED  COMPLETION  DATE:   


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  fStjftt 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  4/Zl2fi     DATE  SURVEY  AUTHORIZED:  ^ 

PRO  J.  NAME:  {^///gf,n  Sr.  DATE  WORK  STARTED:      jj>j  ^SCuS  /fes/f/K*^ 

LENGTH:    ESTIMATED  COMPLETION  DATE:  - 

DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      \J Cj  ly  Zg^ 

PROJECT  NO.:    3T  XG  I S~3 (>2-)/±Q    DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:      l&rSfice  -  DATE  WORK  STARTED:       T-JZS  S3 

LENGTH:  g  /rf ,\   ESTIMATED  COMPLETION  DATE:  /~/~S4- 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:  jjMg^  {?.  £>o'k      TELEPHONE:  ZZS~~39£Z'  

NO.  PERSONNEL  ASSIGNED:  jT  %  COMPLETE:  _^  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRK 

AUG  1  1983 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    July  28,  1983  CONSTRUCTION  BUREAU 

PROJECT  NO.:    S-27B  -  1  (Ol)   DATE  SURVEY  AUTHORIZED:        Hay  27,  1983 

PROJ.  NAME:    Jackson-North  DATE  WORK  STARTED:      July  11,  1983 


LENGTH:      1.5  Miles   ESTIMATED  COMPLETION  DATE:  8/83 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:         Caprara  TELEPHONE:  683-6290 


NO.  PERSONNEL  ASSIGNED:  7   %  COMPLETE:  21 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:     /~  /9"  COAX  DATE  SURVEY  AUTHORIZED:  3/^-/^3 

PROJ.  NAME:   MJf'iJ'  ~Anq         DATE  WORK  STARTED:        /j^  ^€uj  AsS/pU 

LENGTH :  ^  7     JY)//CS>   ESTIMATED  COMPLETION  DATE:  


DATE  SUBMITTED  TO  DISTRICT: 


PROJECT  MANAGER:    TELEPHONE: 

NO.  PERSONNEL  ASSIGNED:    %  COMPLETE: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:    Great  Falls 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    September  1,  1983 
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DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


CMS- U 


DISTRICT:     fireat  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  1,  1983 


PROJECT  NO. :       IR  15-5(76)  283 

CONTRACT  AMOUNT:     $  1,059,520.15 

lireat  halls-Vaughn 

PROiT  .     NAME  !       n  _  i  Lji*  a-          t    _  .     r*        •  •  _ 

rix"J-             Rehabilitate  Test  Sections 

CONTRACTOR:    United  Materials  of  Gt.  Fa 

LENGTH:              1   3  Mi  1p<; 

FROM  (town):       Great  Falls 

COUNTY:  Cascade 

AWARD  DATE:       February  28, 

1983 

CONTRACT  TIME:        60  W.D. 

DATE  WORK  STARTED:  3/31/83 

ORDER  TO  PROCEED  DATE:  4/18/83 

PROBABLE  COMPLETION  DATE: 

8/15/83 

%  COMPLETE:  50 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  90 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  20-25 

NO.  HOURS  PER  SHIFT: 

8-10 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:       F.  A.  Robinson 

TELEPHONE:  727"i»350 

NO.. OF  ENG.  PERSONNEL  EMPLOYED:  6-12 

ADDRESS:            104  1 8th  Ave 

.  N.E. 

Great  Fal 1 s , 

MT. 

GENERAL :   All  grading  is  100%  complete  with  exception  of  shaping  ditches  between 
Sta.  1161  and  1173  &  between  Sta.  1198  and  1222.    The  areas  have  been  excessively 
wet  all  construction  season  &  daily  afternoon  showers  prevent  ditches  from  drying 
sufficiently  to  permit  finishing  to  the  smooth  surface  reguired  for  placing  Asph . 
Rubber  Membrane.    Asph.  Rubber  Membrane  is  3**%  complete,  having  been  placed  on  the 
sub-grade  as  per  Typ.  Sect.  No.  1  &  over  the  existing  pavement  on  the  N.B.  lane  as 
per  Typ.  Sec.  No.  3*    Weather  permitting,  anticipate  completion  of  rubber  membrane 
week  of  8/1.    Approx.  80%  of  pre-leveling  has  been  accomplished  to  date.     Remai n i ng 
leveling  course  to  be  placed  just  prior  to  application  of  rubber  membrane.    4  IN  CBC 
is  100%  complete  &  U"  CBC  is  71%  complete  between  Sta.   1077  &  1087  &  Sta.  1093  & 
1117.    Anticipate  beginning  PI.  Mix  operations  immediately  on  completion  of  gravel 
operations  which  is  anticipated  to  be  week  of  8/1.    Six  days  have  been  lost  due  to 
heavy  rain  &  progress  is  very  poor  due  to  extremely  wet  conditions. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  jC^eCS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ' &3 


U  L. 


DEPfifVIIUL.ii  , 

GREAT  FALL! 


MONTANA- 


PROJECT  NO.:         /-3  fg)/9?/ 
PRO  J.  NAME:  ^    Ssa*  - 

LENGTH :  ^r<T  

COUNTY :   ^^js**-    ^  J^^rrtAjQ 

CONTRACT  TIME:  l<)  

ORDER  TO  PROCEED  DATE:  StlM£zi2. 

%  COMPLETE:  /£>C  

%  TIME  USED: 
NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $    ftfg  P£? 
CONTRACTOR:  S^*  . 

FROM  (town):  /j*J/Sr&ec>«J  

AWARD  DATE:  $?-.ifc7~tf>£  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:  ?/zz./?3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     ^^^^  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


GENERAL : 


s.r 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


srs- 


DISTRICT 


3130  Bcaat  Fan  ^ 

ft 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  1,  1983 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


F  1-4(5)271 


Shelby  -  West 


7.Q  Miles 


Toole 


CONTRACT  AMOUNT:     $  856,519.-30  

CONTRACTOR:      Baltrusch  Const.  Co.  Inc. 

FROM  (town):     Havre,  Mt .  

AWARD  DATE:       May  1983  


CONTRACT  TIME:     60  Working  Days 


DATE  WORK  STARTED: 


7-13-83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  2 
%  TIME  USED:  18 


6-21-83 


NO.  MEN  EMPLOYED: 


6-1Q 


PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  2-9hr. 
NO.  HOURS  PER  SHIFT:  9 


7-1-84 


5-6_ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  fl.  F.nrierson  TELEPHONE: 

ADDRESS : 


727-1350 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Dept.  of  Highways 


Peat  Fall*,  Mt . 


GENERAL:   Snh-Cnntrantnr  Knnit.z  Const.  On.  hegan  crushing  h»  Cover  Mat'l 

July  13 .  1983 .  Production  of  Type  "B"  Plant  Mix  Aggregate  began  July  25 
1983.  Crack  Sealing  operations  are  expected  to  begin  the  week  of  August 
1,  1983.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT  g^gg^/Se^T 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING 


PROJECT  NO.  :  /<-^?/jfyUf  fegk 
PRO  J.  NAME:  /T #  Li5* 


LENGTH: 

county:  gsaaaJg^  %S^aa£ 


CONTRACT  TIME:  ^^^^Z 


y)  CONTRACT  AMOUNT:  <^ ^ ^^^^3 

CONTRACTOR^,    fy^7^^  f^^r^  /f^, 

FROM  (town):  S=rj//^  

AWARD  DATE:   

DATE  WORK  STARTED:  jgg 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


ORDER  TO  PROCEED  DATE 
%  COMPLETE: 
I  TIME  USED: 
NO.  MEN  EMPLOYED: 
ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

TELEPHONE :  7Z7~  4.-3JT<£> 
ADDRESS : 


/ 


PROJECT  MANAGER:  ^/^^  /2&&gdji£ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


5> 


DISTRICT:       Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   8/l/83  

PROJECT  NO.:  F  3-2  (8)  18   CONTRACT  AMOUNT:     $  2.U92.189.65  

PROJ.  NAME:  Fairfield  E.  &  W.  (East)  CONTRACTOR:     Hilde  Const.  Co.  

LENGTH :  5.0  miles   FROM  (town):    Great  Falls.  MT  

COUNTY:  Cascade/Teton   AWARD  DATE:      November  30,  I982  

CONTRACT  TIME:  110  W.D.   DATE  WORK  STARTED:    February  1,  I983 

ORDER  TO  PROCEED  DATE:  April  18.  1983  PROBABLE  COMPLETION  DATE:    September  1.  I983 

%  COMPLETE:  45   NO.  DAYS  WORKED  PER  WEEK:  _5  

%  TIME  USED:  51   NO.  SHIFTS  PER  DAY:   2  

NO.  MEN  EMPLOYED:     j$6   NO.  HOURS  PER  SHIFT:   9 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         Hammerbacker  TELEPHONE:   k6-J-3kh8  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _5_  ADDRESS:   Dept.  of  Highways 

 Fairfield.  MT  

GENERAL :   Contractor  engaged  in  a  double  shifting  grading  

 operation  from  sta.  950  +  00  to  sta.  IO80  +  00.  Also  

 stripping  topsoil  from  sta.  9^  +  00  to  sta.  1090  +  00  and  

 installing  approach  culverts.  

 Plans  are  to  begin  gravel  crushing  operations  

 the  week  of  August  1.  1983.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:       3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NOBHF  10  -l-(4)  2 

CONTRACT  AMOUNT:     $  787,498.00 

PROJ.  NAME:  Overlay  15th  St.  Bridge 

CONTRACTOR:       Sletten  Construction  Co 

LENGTH:  0o00 

FROM  (town):     Great  Falls, 

Montana 

COUNTY:  Cascade 

AWARD  DATE:  9-23-82 

CONTRACT  TIME:     100  working  days 

DATE  WORK  STARTED:  4-28-83 

ORDER  TO  PROCEED  DATE:  10-18-83 

PROBABLE  COMPLETION  DATE: 

9-15-83 

%  COMPLETE:  36 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  46 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  9-17 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   ___ 

PROJECT  MANAGER:     T.G.  Tomich   TELEPHONE:  H$2x2®&  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    1j-4_       ADDRESS:  Box  1359  

 Gt.  Falls  MT.  

GENERAL :  Progress  is  good,  Vvork  consisted  of  removal  of  delaminations . 

— weldinri  structural  steel,  traffic  control  and  opening  of  the  South  Bound  lane 
to  rwo-v.ay  traffic.  

 A  summary  of  the  project:  The  S.B.  Lane  is  completed  and  open  to 

traffic.  Removal  of  delaminations  is  in  progress  and  is  about  30^  complete 
in  the  N,B .  Lane.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  3130 


Great  Falls 
CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  1.  1983 

PROJECT  NO.:      F  24-3(5)100   CONTRACT  AMOUNT:     $  3.215.825.45 

PRO J.  NAME: Rogers  Pass-East  Middle  Sect. CONTRACTOR:      Meyer  Construction  Co. 

LENGTH :  8.5  miles   FROM  (town):      Billings,  Montana 

COUNTY :  Lewis  &  Clark   AWARD  DATE:       Sept.  24T  1982  

CONTRACT  TIME:             120  /  6  working  dayBATE  WORK  STARTED:      Nov.  18,  1982 
ORDER  TO  PROCEED  DATE:    Oct.  18.  1982      PROBABLE  COMPLETION  DATE:     Oct.  1983 
%  COMPLETE:  21   NO.  DAYS  WORKED  PER  WEEK:   


%  TIME  USED:  40   NO.  SHIFTS  PER  DAY:     1-Grading  2-Crushinq 

NO.  MEN  EMPLOYED:  30   NO.  HOURS  PER  SHIFT:  10-Gradinq 

ACTUAL  COMPLETION  DATE:    2-12" s  Crushinq 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    S.  W.  Newton  TELEPHONE:  562-3888  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _o_  ADDRESS:   Augusta.  Montana 


GENERAL :         Construction  layout  and  staking  are  100%  complete.  Approaches 

 are  75,^  staked.  6ulverts  are  100%  staked.  The  contractor  is  crushing 

 and  stockpiling  surfacing  aggregated,  working  two  ten  hour  shifts. 

Has  completed  crushing  3/4"  Top  Surf  Gr.  2A  and  Plant  Mix  Bit  Surf. 

 Gr  B.  and  1/2"  Cover  Material.  They  are  crushinq  and  stockpiling 

 1  1/2"  C.B.S.  Gr.  5.  

 Grading  and  culvert  installation  are  in  progress.  Items  and 

percent  complete  are  as  follows:  Grading  61%;  Top  Soil  Removal  100%: 
 Culverts  73%:  Temporary  Fence  $5%.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:   3130-Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:   

HES  60-2(6)91  and 

PROJECT  NO.:    HES  60-2(11)91  U-l  CONTRACT  AMOUNT:    $  545,383.00  . 

„TW,T   „AWT,      Lighting  and  bignais 

PRO  J.  NAME:     on  IQt.h,  Ave,  So.  ,  .  UJ,       CONTRACTOR:        Western  Sign  Corp. 
rp.I(1TII  p  BJocks-Street  Lights   ,  _ 

LENGTH :  Various  intersections-       FROM  (town):       Great  Falls,  MT. 

STgnaTS"  

COUNTY:  Cascade   AWARD  DATE:  11-30-82  


CONTRACT  TIME:    6-15-83  Completion  Date  DATE  WORK  STARTED:  2-28-83 


ORDER  TO  PROCEED  DATE: 

12- 

20-8? 

PROBABLE  COMPLETION  DATE: 

6- 

15- 

-83 

%  COMPLETE:  100 

NO.  DAYS  WORKED  PER  WEEK: 

5 

%  TIME  USED:  100 

NO.  SHIFTS  PER  DAY: 

1 

NO.  MEN  EMPLOYED:  1 

NO.  HOURS  PER  SHIFT: 

8 

ACTUAL  COMPLETION  DATE: 

6- 

15-83 

DATE  CERTIFIED  COMPLETE 

BY 

DISTRICT 

CONSTRUCTION  SUPERVISOR: 

7- 

11- 

•83 

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:  Walter 

D. 

Smi  th 

TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      1         ADDRESS:  P.  0.  Box  1359 


Great  Falls,  MT.  59403 


GENERAL:      Project  was  completed  on  June  15,  1983,  and  final  inspection  was 

made  hv  the  District  Construction  Supervisor  on  July  11.  1983.  One  (1)  man 
preparing  final  data  for  submittal  to  District  Office. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:      mo  fit.  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  g-1-83 


Structure  1,870,957.00 

PROJECT  NO.:    F  60-2(5)92  U2   CONTRACT  AMOUNT:     $  2,764,053.48 

PRO  J.  NAME:     Warden  Bridge   CONTRACTOR:       Sletten  Construction  Co. 

LENGTH:        0.203   FROM  (town):  Oreat  Falls  

COUNTY:  Cascade   AWARD  DATE:   2-28-83  

CONTRACT  TIME:  220  Working  Days  DATE  WORK  STARTED:  3-22-83 


ORDER  TO  PROCEED  DATE:     4-18-83  PROBABLE  COMPLETION  DATE:  10-15-83 

%  COMPLETE:   60   NO.  DAYS  WORKED  PER  WEEK:  5 

%  TIME  USED:   28   NO.  SHIFTS  PER  DAY:   1 

NO.  MEN  EMPLOYED:  ?5   NO.  HOURS  PER  SHIFT:   8 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      T.G.  Tomich  TELEPHONE:  727-4350 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:   1-4         ADDRESS:   Box  1359 

Gt.  Falls  ffi 


GENERAL:   Progress  has  been  Good-    Work  consisted  of  placing  and  finishing 

concrete,  forming  deck,  setting  Prest.  Beams,     and  tying  rp.Bt.pp1.  


A  su  mary  of  the  Structure:  All  substructure  units  are  in  place;  All  prpst. 
Beams  are  set;  deck  is  formed  in  spans  17  thru  20:  Forming  in  progress  at 
spans  9  &  10;  resteel  in  place  in  spans  19  gc  20.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


CMS- 14 


DISTRICT: 


Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  1,  1 983 


PROJECT  NO. 
PRO  J.  NAME: 
LENGTH:  _ 
COUNTY: 


HES  60-2(11)91  U-2  & 
F-BHF-RTF  60-2(5)92  U-2 

Warden  Br.  Approaches 

0.4  Mi le  

Cascade  


(APPROACHES)  $893,096.00 
CONTRACT  AMOUNT:  $2,764,053.48 

CONTRACTOR: 

FROM  (town) 

AWARD  DATE: 


Sletten  Const.  Co. 


Great  Falls,  MT. 
February  28,  iqfi3 


CONTRACT  TIME: 


220+1  W.D. 


DATE  WORK  STARTED:  3/30/83 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  47 
%  TIME  USED:   30 


4/18/83 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


1Q/1S/83 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE: 
ADDRESS: 


F.  A.  Rnhinsnn 


PROJECT  MANAGER: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-4350 


104  18th  Ave.  N.E. 


Great  Fal Is,  MT. 


GENERAL :        No  work  was  performed  on  approach  contract  during  this  reporting 

period.     The  anticipated  date  for  asphalt  paving  to  begin  hag  now  been  

moved  up  to  August  1  .  1983.  ;  ',  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:    3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Augu3t  1,  1983 


PROJECT  NO. 


ER  60-2(13)081 


PRO J.  NAME:    Re1t  Or.  X-ing  U.S.87&89 

LENGTH :  0.0  Miles  

COUNTY:  Cascade 


CONTRACT  TIME: 


L 5  Working  Days 


ORDER  TO  PROCEED  DATE:    Sept.  27,  1982 

%  COMPLETE:  qq  

%  TIME  USED:  _76  

NO.  MEN  EMPLOYED: 


CONTRACT  AMOUNT:     $  113.00.00 
CONTRACTOR:      Goodman  Const.  Co. 

FROM  (town):       Ril lings,  Mt.  

AWARD  DATE:         Sept.  21,  1982 


DATE  WORK  STARTED: 


Nov.  2,  1982 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


dune  2,  1983 


ACTUAL  COMPLETION  DATE:      .Tune  2,  1983 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      S.  Enderson  TELEPHONE: 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


727-4350 


Dept.  of  Highways 


Great  Falls.  Mt. 


GENERAL :   Tn»  project  was  completed  on  Jinan  2,  1983  with  the  exception  of 

 removeing  a  dike  placed  Tor  a  channel  change,  which  is  to  be  removed  as 

 soon  as  Belt  Creek  returns  to  a  normal  low  water  flow.  

 1  -  man  worked  part  time  on  the  Final  Estimate  which  is  75%  complete . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:      3130  Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  1,  1983 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


SR  223-1(2)1 


Fort  Benton  -  Chester 
11.0  Miles  


Chouteau 


CONTRACT  TIME:    70  Working  Days 

ORDER  TO  PROCEED  DATE:    April  18,  1983 

%  COMPLETE:  _gQ  

%  TIME  USED:  _gQ  

NO.  MEN  EMPLOYED:  10-20  


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  852,336.81  

CONTRACTOR:      Baltrusch  Const.  Co.  Inc. 

FROM  (town):      Havre,  Mt.  

AWARD  DATE:        Feb.  28,  1983  

DATE  WORK  STARTED:      April  8f  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Aug.  12,  1983 

 5  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:        g.  RnriBrsnn  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS: 


727-4350 


Dept.  of  Highways 


Great  Falis,  Mt . 


 Paving  was  nnnrinnt.ftri  hftt.wftc.n  sta  .  1 87  to  255  or  81^  complete. 

Paving  operations  were  suspended  July  8,  1983  due  to  running  out  of  Plant 
Mix  Aggregate.  Additional  Aggreagte  was  crushed  from  7/20/83  to  7/2L/83. 
Paving  resumed  July  27,  1983.  Paving  is  expected  to  be  complete  by  8/5/83 . 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT: 

CONSTRUCTION  PROGRES 

«j.l'fAui  MONTANA      FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:       AS   ^33      <H)  9 
PRO  J.  NAME:        St-  JO£  /POAin 

LENGTH :    ^JJP<. 

COUNTY:  M  /  JLL  

CONTRACT  TIME:  W /D  

ORDER  TO  PROCEED  DATE:     Qcf.  J&. 

%  COMPLETE:  /OG  

%  TIME  USED:  &Z  

NO.  MEN  EMPLOYED:  ,25*  

ACTUAL  COMPLETION  DATE:      6>- 21  8^ 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:         7  -  /  -  83 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      £->Q#0OaI    jTgg/TZ     TELEPHONE:       ^  29^9  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  /ffc?   &<?X  /&76>  

GENERAL:  /-3      Arf£/J     uJCXtZD     OaI     /=/AJjZL     &£>n/y)tfrjf  Aa/O 

— £i&&ad£ oa  rd  ^5  r/<y?i:  *i/r<>.    rue  eimi 


CONTRACT  AMOUNT:     $  TZ£uMi±&&. 
CONTRACTOR:  J/j/rYA£   £OHtSr.  £Q 

FROM  (town):      £,T.  £&U&  

AWARD  DATE:  S£/>T. 
DATE  WORK  STARTED:     &  r.  2J>f  rtBZ. 
PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:  <~ 

NO.  SHIFTS  PER  DAY:   ->~ 

NO.  HOURS  PER  SHIFT:  ^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:      £,T  f&ZLS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        At/AC^T    //  /9 ft? 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


CONTRACT  TIME: 


6,0  WO 


CONTRACT  AMOUNT:     $  8SZ,S93'ZO 
CONTRACTOR:       QMZeH^L    C&A&r.  Co 

FROM  (town):  /  /W/"  

AWARD  DATE:   £££ 

DATE  WORK  STARTED:     /y14V  /0y 


ORDER  TO  PROCEED  DATE:    Afifi/j   M.  J9SA     PROBABLE  COMPLETION  DATE:     3£/>r.  62' 

%  COMPLETE:   %   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  6>Q  %   NO.  SHIFTS  PER  DAY:   I  

NO.  HOURS  PER  SHIFT:  ? 


NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  6,Q£Do^  T££Prz. 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _g_ 


TELEPHONE : 
ADDRESS : 


3S7  - 


P  O-  SOX    /Q  7<? 


GENERAL:  P£Q6£es$  WAS  ■  TM£  CO*)T#/tero£  /<,  U/o/Zm/Jb 
rt/vn  ^<rd>cnPu£M/<>  or  '/z  eoi/ee  /nori  .  T#£  £o/io  &et?  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  CZ&SajL&jU 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  Sf/S /y  ltf%3 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY:  tf^cgj^ 
CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  Jg-jjz&J. 
%  COMPLETE:    &7  ^S^^CS^ 


CONTRACT  AMOUNT: 

CONTRACTOR:  ^J^/fa^  ^gfcggSfe, 

FROM  (town):    {g&sgjst  S=p,J/x  

AWARD  DATE:  ■»  j>/  

DATE  WORK  STARTED:     2l~  ZlZl—^^ 
PROBABLE  COMPLETION  DATE:  ~/^T~ef>3 


%  TIME  USED: 
NO.  MEN  EMPLOYED: 


7  -A?  /✓ 


NO. 
NO. 
NO. 


DAYS  WORKED  PER  WEEK: 

SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  {^Jfj*  j2u2ju£t/    TELEPHONE :     -ZZ?~  4t3S*£>  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     jgj2*  /j'^ 


GENERAL :  &// <#^s,<z  S<zr/<S? 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


CMS- 14 


DISTRICT:    Great  Falls 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  1,  1983 

PROJECT  NO.:      RS-bRS  330-1(5)1  CONTRACT  AMOUNT:  $1,861,841.20 

PROJ.  NAME:      Ulm  Br.  Approaches        SUB -CONTRACTOR:        Hilde  Const.  Co.  

LENGTH:    FROM  (town):      Rrt>.at  Falls  

COUNTY:    AWARD  DATE:   

CONTRACT  TIME:    DATE  WORK  STARTED:   

ORDER  TO  PROCEED  DATE:    PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  kk   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:       _7_2   NO.  SHIFTS  PER  DAY:   

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  727-4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    3^4       ADDRESS:  104  18th  Ave.  N.E. 

Great  Fal Is  ,  MT.  

GENERAL :         No  work  was  performed  on  approaches  during  this  period.  

Crushing  of  3/4"  PMS  A  GR  C  was  accomplished  two  days  (7/19  &  7/20) ;  and  a 
3-4  man  survey  crew  spent  two  (2)  days  cross-sectioning  borrow  areas.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:  £^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  m.  :£5-£'p3 CONTRACT  AMOUNT:  $  44$&t Zg&*  2&  ) 
PROJ.  NAME-^Wf  ^V^^^r/^^ONTRACTOR:  ^£^*j,^-r  /Z^^^sS* 

LENGTH:      yj  /  _        _       FROM  (town):    <<T^  y^y^s  

COUNTY:   ^-r/W^  AWARD  DATE:  _5^s>   


CONTRACT  TIME:  j^p^sT*  DATE  WORK  STARTED:  ^""-vf^ 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  (&r/dj<s) 

%  COMPLETE:    ^>  )  NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:  ^  NO.  SHIFTS  PER  DAY:   ,/  

NO.  MEN  EMPLOYED:      j£     ^    4/  NO.  HOURS  PER  SHIFT:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    t^i^rj?  yS&&^s?  TELEPHONE:  7&7-V3^£>  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:     ^g^g  J~&>~*i  AZ^P 


GENERAL : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     Great  Falls 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  

PROJECT  NO.:     RS-BRS  $65-1  (3)  0  CONTRACT  AMOUNT:  $920,779.66 

PRO  J.  NAME:       Simms-  North   CONTRACTOR:       Mclntyre  Const.  Co. 

LENGTH:             1.1  miles   FROM  (town):     Great  Falls,  MT 

COUNTY:             Cascade  and  Tetpn  AWARD  DATE:       September  2h.  1982 

CONTRACT  TIME:              150  +  2  W.D.  DATE  WORK  STARTED:    October  12.  1982 


%  COMPLETE:  92 


%  TIME  USED:  k9   NO.  SHIFTS  PER  DAY: 

NO.  MEN  EMPLOYED:     _J   NO.  HOURS  PER  SHIFT: 

ACTUAL  COMPLETION  DATE: 


DATE: 

_± — — — 
August  1983 

WEEK: 

5 

1 

8 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Hammerbacker  TELEPHONE:   I+67-3UU8 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _0_       ADDRESS:   Dept.  of  Highways 


GENERAL :   Contractor  placing  riprap  at  the  bridge  ends  and 

 engaged  in  general  clean-up.  

 Plans  are  to  begin  paving  operations  August  5»  1983. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


CMS- 14 


DISTRICT:      3130  Gt.  Falls 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:      July  27,  1983 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 
COUNTY: 


MBP  3-2(11)4 
MBP  1-7(3)410 


Teton  River  Bridge 
Battle  Creek  Bna 


ae_ 


0.00 


Blaine-Teton 


CONTRACT  TIME:  Oct.  1,  1983  

ORDER  TO  PROCEED  DATE:    Apr.  21.  1983 

%  COMPLETE:  _0  

%  TIME  USED: 


CONTRACT  AMOUNT:  $29,995.00  

CONTRACTOR :    Hagestad  Painting  &  Drywal 1 

FROM  (town):  Kali  spell.  Montana  

AWARD  DATE:    March  31.  1983  


DATE  WORK  STARTED: 


57% 


NO.  MEN  EMPLOYED:  0 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


Oct.  1,  1983 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      D.  Kelly   TELEPHONE:  452-2361 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:         Box  1359 


Great  Falls,  MT. 


GENERAL:     No  progress  to  date.    No  Preconstruction  Conference  set  as  to  date. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 

3255-2914 


DISTRICT:     great  Falls 


CONSTRUCTION  PROGRESS  REPORT  U  I 


FOR  THE  PERIOD  ENDING:      August  lf  1983 


OSi  ■  ij; 


(■ 


rise  1-2(19)153,  msc  1-3(10)213,  msc  >H2_189  u>l'Af 

PROJECT  NO.:       ft  MQr  rR_i(4)?6  CONTRACT  AMOUNT :     $    688,120*00  nQt^ 

PROJ .  NAME :  Ma-int.enanpp  spa1  *  CDMST  CONTRACTOR :      American  Asphalt,  Inc. 

LENGTH:   k£u2  mi  Ips   FROM  (town):     Missoula,  Mt„  

C0UNTY:     pO&thead  &  Glacipr   AWARD  DATE:       May  Q,  1Qft3  

CONTRACT  TIME:    q.lm?  P^pt-inn  pate  DATE  WORK  STARTED:     June  IS,  Ig&j 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  q.1.83 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  g 

%  TIME  USED:   ffl   NO.  SHIFTS  PER  DAY:   j 

NO.  MEN  EMPLOYED:  ?  +n  ^   NO.  HOURS  PER  SHIFT:         fl  to  1? 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     Wal,er  Du  gaitfa  TELEPHONE:         ifmmJ  7?7~4350  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  p.n,  pn,  1359  

 Gt.  Falls,  Mt,0  59403 


GENERAL :      American  Asphalt  began  Seal  &  Cover  operations  on  July  13.  1983  on 
project  MSC  3-4(2)89  and  completed  this  project  on  July  19.  1983s  began  Seal 
<SL  Cover  on  project  MSC  1-6(10)213  on  July  21.  1983  and  completed  this  project 
on  July  22.  1983:  and  Sealed  &  Covered  project  MSC  58-1(4)26  from  JT.ulv  25  th 
to  July  27,  1983»    American  Asphalt  is  moving  to  project  MSC  1-2(19) 153  and 

plans  to  start  Seal  &  Cover  operation  August  1.  1983.  

Schellinger  Construction  crushed  and  stockpiled  cover  material  for  project 
MSC  1-2(19)153  from  July  14.  1983  to  July  27.  1983.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  f^US 


!  o 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY:    <S^//r^  /  Mill   f  Stit/l/P<L 
CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE:  

%  COMPLETE:   % 

%  TIME  USED:   

NO.  MEN  EMPLOYED:  /Z 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $      2(oZ  f  -  35' 

CONTRACTOR:         GA/r*i/S C /J     SasS£,fi  CC . 

FROM  (town):       A/AUgS  .  /y?T  

AWARD  DATE:  /^BZ 
DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


S£pr.  83 

 &  


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /ZP(?aJ  f/?£l~rZ  TELEPHONE : 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     <"  ADDRESS: 


GENERAL:  jP/?q <>       u/#<,  US/M  Si/3  £<?*/PM£To£ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


7* 


DISTRICT:      (jjj  /?/?LlS 


...;.'\ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 

JULY  £7,/?t& 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:       yV?  ZC2JJL    ^'  I 


PRO  J.  NAME:        /*?  r"  A 
LENGTH:  C,*tS  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


7  -  /z  -  e  3 


ESTIMATED  COMPLETION  DATE:  JA<*1 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
&   7~M£f_J^_  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


x2 


%  COMPLETE: 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:      Great  Fal Is 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  1  ,  1983 

PROJECT  NO.:  M  5225(0   DATE  SURVEY  AUTHORIZED:  2/1/78 

PRO  J.  NAME:  Ramos  I   315   DATE  WORK  STARTED:   10/8/80  

LENGTH :   0.49  Mile   ESTIMATED  COMPLETION  DATE:  12/31/83 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     F.  A.  Robinson  TELEPHONE:  727^350  

NO.  PERSONNEL  ASSIGNED:       3"5  %  COMPLETE:  61  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:     Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  1 ,  1 983 

PROJECT  NO.:  M  5212(1)   DATE  SURVEY  AUTHORIZED:  9/17/81 

Great  Falls-Souti 

PROJ.  NAME:       Arterial   DATE  WORK  STARTED:  12/10/81 

LENGTH:  8.85  Miles   ESTIMATED  COMPLETION  DATE:  12/31/83 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       F.  A.  Robinson  TELEPHONE:  727-H35Q  

NO.  PERSONNEL  ASSIGNED:  q  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:    d?7^  /#tC*> 

.. PRELIMINARY  SURVEY  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:       ^/^/S^   :1,  ,.. 

PROJECT  NO.:     ^  ^4>^/AJ  S±>^  DATE  SURVEY  AUTHORIZED: 

PROJ.  NAME:   ^^uJ^/^  -  /^<?sZrr  DATE  WORK  STARTED:  ?/2S;4r3 


LENGTH:  ^ ?  <f  S   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:  '//gybl 
PROJECT  MANAGER:     ^^^^g  f                  TELEPHONE:  -fi&ft 'jgjgg,.  ^ 
NO.  PERSONNEL  ASSIGNED:  ^  %  COMPLETE:   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:     ^130  Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Angnst  1,  1983 

PROJECT  NO.:       FR  60-2(8)71   DATE  SURVEY  AUTHORIZED:  2-6-80 

PROJ.  NAME :      gait  East  &  West  DATE  WORK  STARTED:  3-6-81 

LENGTH:         10.6  Miles   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:      .tiit.y  ?A,  1Q83 
PROJECT  MANAGER:       p.  F.nderson  TELEPHONE:  727-k350  


NO.  PERSONNEL  ASSIGNED:  g   %  COMPLETE:  100 


Completed  cross  sections  and  topography 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


DISTRICT: 


3130 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       Aug.  1.  1983 


FR  24-3(3)"76  U-> 
Hoqers  Pass-East 
West  Section 


3.48  nimles 


DATE  SURVEY  AUTHORIZED:  LaT.  ?t  k,p„- 
DATE  WORK  STARTED:     July  ?]  f  icf^ 


ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:      S.  M.  IJewton  TELEPHONE 

_2  


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE:  _q  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      3130  Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      August  lr  1983  

PROJECT  NO.:         FR  10-2(3)51   DATE  SURVEY  AUTHORIZED:  4-18-83 

PROJ.  NAME:         Loma  -  North  &  South        DATE  WORK  STARTED:   5-17-83 

LENGTH:   0.68  Miles   ESTIMATED  COMPLETION  DATE:  9-15-83 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       G.  Enderson  TELEPHONE:  727-1350  

NO.  PERSONNEL  ASSIGNED:      _£   %  COMPLETE:  75  

Activities  include  staking  centerline,  taking  cross  sections  and  topography. 

DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


LL3Q 


Geeat  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         /      Aug.   1,  1QR.3 


PROJECT  NO.:    HES  9-2(4)  45 
PROJ.  NAME:      Notth  of  Augusta 
LENGTH:  0.23  miles 


DATE  SURVEY  AUTHORIZED:     Jan.  21,  19S3 
DATE  WORK  STARTED:     April  22,  1983 
ESTIMATED  COMPLETION  DATE:     June  1,  1983 


DATE  SUBMITTED  TO  DISTRICT:      i.^y  17.1983 
PROJECT  MANAGER:    S.  W.  Newton  TELEPHONE:  56-3888 

NO.  PERSONNEL  ASSIGNED:  Q  %  COMPLETE: 


100% 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:      Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   8/l/83  

PROJECT  NO.:     HSS  3-2  (12)  hQ   DATE  SURVEY  AUTHORIZED:  1+/28/83 

PROJ.  NAME:      8  mi.  North  cf  Choteau       DATE  WORK  STARTED:   6/6/83 

LENGTH :  0.12  miles   ESTIMATED  COMPLETION  DATE:   September  1983 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       Hammerbacker  TELEPHONE:   U67-3U48  

NO.  PERSONNEL  ASSIGNED:  0  %  COMPLETE:   QO  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     Great  Falls 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   8/l/83 


F  VI  (6)  8 


Sun  River  Jet.  N. 


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


1/26/83 
6/29/8^ 


10  miles 


ESTIMATED  COMPLETION  DATE:    September  I983 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:   

Hammerbacker   TELEPHONE : 


NO.  PERSONNEL  ASSIGNED: 


_3_ 


%  COMPLETE: 


ll67-3^8 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT:      GT  /=~^JJ-S 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       JUL  f  J?  7.  jggjgSS 

PROJECT  NO.:     F -  J-&  (£>)  379  DATE  SURVEY  AUTHORIZED:    //}Af  L> j  /9B3 

PROJ.  NAME:      /faVfl;  SttrJO*/   DATE  WORK  STARTED:  yyflg/ 

LENGTH:    ESTIMATED  COMPLETION  DATE:  SBPT 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:    GOXQOM    TtfgFTZ      TELEPHONE:  JSS  7  ^  S9  

NO.  PERSONNEL  ASSIGNED:  3  %  COMPLETE:  7S  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:     Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   8  A/83 


PROJECT  NO.:      IR  15-7  (22)  V,k 
PROJ.  NAME:        Conrad  N.  &  fl. 
LENGTH:  9  miles  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


V28/83 


ESTIMATED  COMPLETION  DATE:    September  1pR? 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:         Haminerbacker  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


0 


%  COMPLETE: 


k6-J-3hk8 


70 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


'alls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        August  lf  1983 

PROJECT  NO.:         IR  15-7(21)323  DATE  SURVEY  AUTHORIZED:         July  7,  1933 

PROJ.  NAME:       Brady  North  &  South  DATE  WORK  STARTED:         July  22 ,  1983 

LENGTH:  ^.1  Miles   ESTIMATED  COMPLETION  DATE:  $-15-81 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       G.  Enderson  TELEPHONE:  727-1350  


NO.  PERSONNEL  ASSIGNED:  L  %  COMPLETE:  2Q 


Activites  included  staking  centerline,  and  rnnning  levels. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


-31  3Q 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         Auc.  lr  19P3 


PROJECT  NO.:    IR  15-7(71)31? 

Brady  North  L  South 
PROJ.  NAME:      (  vntlh  Rnund  LanftR) 


LENGTH: 


0.fV7  mi  Ips 


DATE  SURVEY  AUTHORIZED:      .Tan  31,  1QR3 
DATE  WORK  STARTED:         ,Aar.  Wij  1QPq 
ESTIMATED  COMPLETION  DATE: 


DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:      £.  y„.  Kpwt.nn  TELEPHONE: 
NO.  PERSONNEL  ASSIGNED:     _q   %  COMPLETE: 

No  further  activity  anticipated. 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


562=2888 


63$ 


DISTRICT:     Great  Falls 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH: 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  1,  1983 


IR  15-6(17)291  U-l 
IR  15-6 (    )  303 
Interstate  Overlay 
North  of  Power 

7.8  Miles  


DATE  SURVEY  AUTHORIZED: 
DATE  WORK  STARTED: 


4/28/83 
6/28/83 


ESTIMATED  COMPLETION  DATE:  Unknown 


PROJECT  MANAGER: 


DATE  SUBMITTED  TO  DISTRICT:  _ 
F.  A.  Robinson  TELEPHONE: 


727-4350 


NO.  PERSONNEL  ASSIGNED: 


%  COMPLETE: 


35 


DISTRIBUTION: 


WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:       Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       August  1,  1 983 

PROJECT  NO.:       IR  15-5(80)257   DATE  SURVEY  AUTHORIZED:  4/28/83 

Interstate  Overlay 

PRO  J.  NAME:         rw.artft-Ulm   DATE  WORK  STARTED:  6/16/8^  

LENGTH:  21.7  Miles   ESTIMATED  COMPLETION  DATE:  Unknown 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:     F.  A.  Robinson  TELEPHONE:  727-4^0  

NO.  PERSONNEL  ASSIGNED:  0   %  COMPLETE:  45  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221E 


DISTRICT: 


Great  Falls 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8/1/83 


PROJECT  NO.:      IR  15-5  (19)  291 
PRO  J.  NAME:       Vaughn- North 
LENGTH :  10.1  miles 


DATE  SURVEY  AUTHORIZED:  V28/83 
DATE  WORK  STARTED:  6/16/83 


ESTIMATED  COMPLETION  DATE:    September  I983 


DATE  SUBMITTED  TO  DISTRICT: 
PROJECT  MANAGER:       Hammerbacker  TELEPHONE: 


NO.  PERSONNEL  ASSIGNED: 


0 


%  COMPLETE: 


I+67- 3^+8 


J0_ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


DISTRICT:      ^  %j 


Great  Falls 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      Aug.  1.  1982  

PROJECT  NO.:      IR  15-4(61)  229  DATE  SURVEY  AUTHORIZED:     Mar.  14,  1983 

PROJ.  NAME:    Augusta  Interchange  North    DATE  WORK  STARTED:      iAay  4,  1983 

LENGTH:  iff. 7  niio.   ESTIMATED  COMPLETION  DATE:   

DATE  SUBMITTED  TO  DISTRICT:     July  25.  1983 

PROJECT  MANAGER:      R.  Jm  Uwton  TELEPHONE:  562-3888  

NO.  PERSONNEL  ASSIGNED:   in  %  COMPLETE:  ]  qq   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT: 


DISTRICT  DESIGN  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:       Ju  kiS  )<?g>3> 


nF^PRTPTTON 

L/L  O  o  I\  J.  I  X  ivli 

NEXT 

MTTF- 

STONE 

M-HRS 

USED 

THTS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

^  zo  -  /  // )  3>  ^ 
Sl£»0fcy  fiR.fc.  -NtDAK.  Une, 

pub  LlC 

/«3 

R_5  3//4_-J_CZ-L!<s_  _  _ 

SubmttT^p 

8 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:   /yf  ff)  6  2 

PRO  J.  NAME:  /frCC/Wis?  dTas'f' 
LENGTH:  9 

COUNTY:  /?0  CfJ   

CONTRACT  TIME:  ?j    ll/,  & 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:    /0  &Z 

%  COMPLETE:   

%  TIME  USED:  7^7  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:  d9-d/'<PJ 

NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  /- 

NO.  HOURS  PER  SHIFT:      far/ft  &Je 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE 

TELEPHONI 
ADDRESS 


PROJECT  MANAGER:     /l/di/*  /C/j  t/J  £  J? 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  7 


x_ 


GENERAL : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  S^A^S^J/CJ-^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ~7'Z^-J?3' 


PROJECT  NO.  ^~//2h)  'Z 

PRO  J.  NAME:  7&/*V3ts£; 
LENGTH:  — ~ 


COUNTY: 
CONTRACT 


CONTRACT  AMOUNT:     $  /<S^C 
CONTRACTOR:    -^J/t^/^  £i 
FROM  (town):  ^S/^O^^ 
AWARD  DATE:  zJ£z 


.00 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE 

PROJECT  MANAGER:  /ir^..-'?  TELEPHONE 

ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


2 


GENERAL : 


DISTRIBUTION:  /WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  k/£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     J,//^  £^  J  9 £3 

PROJECT  NO.:      f/P  /7-/  f/)  3  CONTRACT  AMOUNT:     $    ^  393,23/.  <JS 

PRO  J.  NAME:     A/AsAtS/l  CONTRACTOR :      {///J*  /p^fe.    00.  /A/C* 

LENGTH:  <?      /?)/AeS   FROM  (town):  ££££T_J%//£ 

COUNTY:        [/#//£/    AWARD  DATE:       fa  -^O 


CONTRACT  TIME:         8Q  M/.  D-  DATE  WORK  STARTED:        £S' /7-  /?2 

ORDER  TO  PROCEED  DATE:     67-1?/) PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  /QQ   NO.  DAYS  WORKED  PER  WEEK:   

%  TIME  USED:  jgg)   NO.  SHIFTS  PER  DAY:  /  


NO.  MEN  EMPLOYED:         ^5"   NO.  HOURS  PER  SHIFT:  )//}e/Od£ 

ACTUAL  COMPLETION  DATE:    J„/y  ? /#f  3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ^///  /2j  /9S3 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J),  ^DdpficAaZ  TELEPHONE:       746,  ~3*/3  /  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  A/A<A,/d^ 


GENERAL:        tfgjjj&l  c/jg    //Ad    fuJn    APSM/hg*    J*// 7?4  d&k&Z* 

</*/£#/)/jj  q   7tz  /ryrt=rj&  rt>j/tg  0&zZ£AgZ.  d££L  77xzr 
//as/            T/s?££   /2$&L  J2djL 
OteJkjci  /pO   &S£&a4jL  dfd%e£££%.  ^  ^ 


77>         .AsA/st-  offish  /&e  /vsSsf/,  kif&?&*ip 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:       Gl endive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  ?6t  1983 


PROJECT  NO.:  F  RTF>  ??_?  (3)  40 
PRO  J.  NAME:     pi  fi:  -.tywood-South 

LENGTH:  4.7  Miles  

COUNTY :   .^erirt.n  


CONTRACT  TIME: 


120  Working  Days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   1 

%  TIME  USED:   


6-? 1-8? 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  2r468fS70 

CONTRACTOR:   Hilde  

FROM  (town):   Great  Falls 

AWARD  DATE:   May  31.  1983 


DATE  WORK  STARTED:     July  19.  1983 
PROBABLE  COMPLETION  DATE:       July  1984 
NO.  DAYS  WORKED  PER  WEEK:  5 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS : 


PROJECT  MANAGER :  .TamOQ  K|  pa1H,.rir, 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


787-5701 


P.O.  Box 


Culbertson,  Montana  S9218 


GENERAL :   pPgan  aorfc  on  the  project  on  July  19,   19p3  with  the  storm  sewer 

 portion  of  the  project.    Be/ran  work  on  the  grading  portion  on  July  25. 

 Eight  men  on  storm  sewer  crew  worked  6-9  hour    shifts  this  oast 

 period  and  installed  200  feet  of  30"  RCP.  13  men  on  grading  crew 

 worked  2-9  hour  shifts  stripping  topsoil  and  installing  small  drain- 

 age  structures.    V.'ork  has  .just  begun  on  the  pro.lect  and  progress  to 

 date  is  minimal.     Storm  sewer  portion  is  ~5%  complete  and  grading  is 

 less  than  The  oro.ject  as-a-whole  is  1%  complete.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:    (jlC/UQi  i/C 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  PERIOD  ENDING:  \J<4  la  /933 

PROJECT  NO.:  ^S'/SeS  ^44-^)34-  CONTRACT  AMOUNT:     $  5QS.  7  O 

PROJ.  NAME; ^  60^3    CONTRACTOR:    /f  /  tfiftejbG  UwmALrj/U^  1jV<£, 

LENGTH :        /  ? XV/^^S   FROM  (town):    /Z^l/)^*?  /</oaJ7X*JA 

COUNTY :    /ZcvOG* C«*77E)^  AWARD  DATE:  Xfeg?  

CONTRACT  TIME:  ^,^2   DATE  WORK  STARTED:  7 ~ 

ORDER  TO  PROCEED  DATE:      6>'Z/-&Z  PROBABLE  COMPLETION  DATE:  /jT-£  3 

%  COMPLETE:  Z6>/£   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:        <{S  */o   NO.  SHIFTS  PER  DAY:    / 


NO.  MEN  EMPLOYED:  X5   NO.  HOURS  PER  SHIFT:  /& 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  QjAtUeJ.  Sbto/l tnfi(j<UL    TELEPHONE:      23d-  /o9 3 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JT_       ADDRESS:     iQsPr.    Q/=  ///£>#/s;*U5 
GENERAL:      OUp^/C   <tL*,*Jq  )//?*>  Pe&ton    Ca<USsS7?SZ?  c/~ ssttfrx CS./sUA 

<g2*Ww  77o/J  use*?  /PJo  <j<°a            *  /-o£i/      d&  /r  e  /  76,  goo  <zo.  yds. 
Q€-       //>  0*?y*if?Ar/e      7~%e  Cc>/u  rxstc        jP/UaJs        yj/s?#  /  ^/Ztyj/f/sua 
<o i?e*r/)  /7d/J  OsQoe  rtba  a  /  ^  j//&   


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:      gd*/2c)i\)  £ 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       J~o  / \J  J)~  / 

PROJECT  NO.:  ft&jZllJ^LML 
PRO  J.  NAME:   /-  g  Kfr-  A'c  r  f/ 

LENGTH:   {?.  g  MllgA 

COUNTY:  x  I  I  J  /i  

CONTRACT  TIME:       7 J   ;//  £).  

ORDER  TO  PROCEED  DATE:    4^/^  -  $  Z 

%  COMPLETE:   

%  TIME  USED:  f  '7  

NO.  MEN  EMPLOYED:   /_7  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:        [  j  j  J  -  :  j  : :  A        TELEPHONE:  &£J_ '•  /£ '  ~- 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _V        ADDRESS:         &*j£lL  -? 


GENERAL:       jj ■  ,■  ■''      _         '  .  -  -  ■  .•  >  _ 


CONTRACT  AMOUNT:  $  /  i>  £  S  /& 
CONTRACTOR:  /Z)fVfr 


FROM  (town): 


AWARD  DATE:  //-  .Jj  -  _?  J 

DATE  WORK  STARTED:       £  £1^ 


PROBABLE  COMPLETION  DATE:  jZS-g. 
NO.  DAYS  WORKED  PER  WEEK:         £ ' 

NO.  SHIFTS  PER  DAY:   ,  

NO.  HOURS  PER  SHIFT:  . 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  d\ENOtu£ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      7' £6 '£3 


PROJECT  NO.:     f  XI-  2Cv)?b 


PRO  J.  NAME:    U/jfigox  K'r~  CouAj£cr/t^ 

LENGTH :      /'b"  yv\)ic  

COUNTY:  Ujlg&uY.  

CONTRACT  TIME:     ||o  UJ,  D,   


CONTRACT  AMOUNT:  $  I,  324;  C^C,  <fo 
CONTRACTOR:  />2£%JUL  CvrtiTR.  ,  C*  ■ 
FROM  (town):     ftj/hhj  T  


AWARD  DATE: 


DATE  WORK  STARTED:      5"-// -fL 


ORDER  TO  PROCEED  DATE:    ^  -  I  &  -?Z~ 

%  COMPLETE:  fjL£  

%  TIME  USED:   

NO.  MEN  EMPLOYED:  AJt>HJ£ 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   - 

HOURS  PER  SHIFT: 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:   Hcftv/mc,  &£LL£  TELEPHONE:  3 6 iT-  2^P7  7 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    4/<0k,£    ADDRESS:         C  /SA/Oli/Z 


GENERAL: 


v  • 


A// 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^Ie^JiJ^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  26>j  /9#3 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:  $  793 ;  96 /.OO 
CONTRACTOR:     jjfe^gg  Gtoisi& 


CONTRACT  TIME:  f0f) 


FROM  (town):       J?//l JjJO£ 

July  M,  J  9  83 


AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  Qg-QZ~83 

%  COMPLETE:   

%  TIME  USED:  _£>  

NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

TELEPHONE 
ADDRESS: 


PROJECT  MANAGER:  D^DjJPdcJj^e 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


/Us£JZS42£6lL  or  (hjJ+&>c/    Ys/r?*  J</j//  ££3/aJ  Asj>s<jS~/ 


4  JW3. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  L^^^SSZ^C  > 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      7-<2?&>  ~P  ^ 

PROJECT  NO .  :cfg^*p^g^  <^3?/C/ 
PRO  J.  NAME:    ^gg%T  gjgg. 

LENGTH:   

COUNTY:  <?^fc<-&&rsc/ 
CONTRACT  TIME:  P'/f) 

ORDER  TO  PROCEED  DATE:  '  

%  COMPLETE:   ^PtF 

%  TIME  USED:   y^X7 

NO.  MEN  EMPLOYED:   ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   


PROJECT  MANAGER:  S3&<7^  TELEPHONE:        Z^J^Z  ~  /C>9^ 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     J_       ADDRESS:  ^//yi^fee/ 


CONTRACT  AMOUNT:     $  }  .  y^T- 

CONTRACTOR:     c5^74f/^  /S^g^T ^3 
FROM  (town) 

AWARD  DATE:   

DATE  WORK  STARTED:  2z2t^8£5t 
PROBABLE  COMPLETION  DATE:  <g"-/^7-iSg> 
NO.  DAYS  WORKED  PER  WEEK:  ^ 

NO.  SHIFTS  PER  DAY:   {_ 

NO.  HOURS  PER  SHIFT:   <f? 


(:  /WHT 


DISTRIBUTION: /WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  {^J^g^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  iZ/tZ^y&^S 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  AD  9  /V. 


CONTRACT  AMOUNT: 


COUNTY :  jSLg^g/ 


CONTRACTOR:  M/</c  ^Jgg  ^ ^ 
FROM  (town): 


CONTRACT  TIME:  /SO  /LJ>  /> 
ORDER  TO  PROCEED  DATE: 


AWARD  DATE: 


%  COMPLETE: 
%  TIME  USED: 
NO.  MEN  EMPLOYED:      ^j",<  ^LgggBfrg 
ACTUAL  COMPLETION  DATE: 


DATE  WORK  STARTED:  7/z»^/ 
PROBABLE  COMPLETION  DATE:  &fA3 


NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT:  3  a?  S  f  /<&>  Sfl 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER: 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ^ 


TELEPHONE : 


GENERAL : 


ADDRESS :       V^^.  u£4&4±20&  l 


gs></ $kt*l/ qzxrs*  t^s&sys.  <zs>r/s??s'^>s,^  g^&a^a  4kJB2*3Jt*  dLjktc&£z&/' 


7)^<fy^jf    -/0O  5^   iS&Z&Gc&f  -/002Z.^    £&2CS&+  -S&GZ^ 

<£«*?&£<(,/ S<r<r*tsy    soon,  <?sxr-/^sfs?y^-  ZS'yZ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  ^2^M2^<f5 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 

PROJECT  NO.  :  <^%/ 
PRO  J.  NAME:  C\ 
LENGTH:  <^ 
COUNTY: 


CONTRACT  AMOUNT:     $  T^jZr-^&P' 
CONTRACTOR:    zS^^T^W  ^Z^-s/^.  (3, 
FROM  (town):  /^tZ^/ 
AWARD  DATE:  //-^Q-^?/  


CONTRACT  TIME: 
ORDER  TO  PROCEED  DATE:  z££. 

%  COMPLETE:   SP'^  

%  TIME  USED: 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


/ 


NO. 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  TELEPHONE :  -  /<D^^' 

OF  ENG.  PERSONNEL  EMPLOYED: 


NO. 


ADDRESS : 


GENERAL:     //y^/^  £&&&2i2.  /^frC^/  ££^SVS&4ec/ 

y^^y/^yn>  .s*=X/y.  <  /-yrt/ssyt'S^?  ^tZ&ot&a?/ 

/^/s&.  <^7/&^   /£?J<^>e  /^/ss/^cS  -/97<s  t^P&zer.y&Kzr 


DISTRIBUTION: 


'WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


?9 


DISTRICT:  ^ggg^g. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  6>y<4  3 


PROJECT  NO. 
PROJ.  NAME: 
LENGTH:  _ 
COUNTY: 


CONTRACT  AMOUNT:     $^  4*7% ' 074. 
CONTRACTOR:     //L^-'  du&£&^3S& 
FROM  (town): 
AWARD  DATE: 


<£s<~<?     s^Z^/A.  A/6. 


/ 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE: 
%  TIME  USED: 


£4> 


NO.  MEN  EMPLOYED: 


3£  /?V<-<'<fe'. 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:  

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:     flbrt  S-6r£Od."6  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  <^> 


GENERAL : 


<3'^fr  A/4-  ^9JSo/ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING: 


PROJECT  NO.:         <^%/L  '/ CONTRACT  AMOUNT:     $  /;  g^<£< 

PRO  J.  NAME,;— ^/Zj^T/^     CONTRACTOR:    ^^^^T^gg^g"^^  (3> 

FROM  (town):     n^^/^/^tT.  /fff 
AWARD  DATE: 


CONTRACT  TIME:  (THZ'^O 


LENGTH: 
COUNTY: 


DATE  WORK  STARTED: 


7~  /^P^r 


ORDER  TO  PROCEED  DATE 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


/ 


/9 


PROBABLE  COMPLETION  DATE^ 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /^Z7  /^7^  _  TELEPHONE: 

?        ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL : 


DISTRIBUTION: 


IITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:     (p£  <>/V&/iS^: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-2^*<?i 


PROJECT  NO.:      JT?"/-  /<Sf  CONTRACT  AMOUNT:     $  /Of  </??  6  7  Z- ,  S~<7 

PROJ.  NAME:  &l££2Z-  CONTRACTOR:     &^^J~  <T  <&lS,  co^rr-^. 

LENGTH:  9     ^/  C  FROM  (town):       j><J  7~T<*      n  f~. 

COUNTY:  <~  o  s  ^ C1^   AWARD  DATE:  J  

CONTRACT  TIME:  Q  W,  xJ.   DATE  WORK  STARTED:     ^— ^/<g  -  fiS 

ORDER  TO  PROCEED  DATE:    ^  /7^&3.  PROBABLE  COMPLETION  DATE:  //-/J-'tfy' 

%  COMPLETE:  &   NO.  DAYS  WORKED  PER  WEEK:  ^~ 

%  TIME  USED:    NO.  SHIFTS  PER  DAY:  /  


NO.  MEN  EMPLOYED:         V^T   NO.  HOURS  PER  SHIFT:  <P  A  ? 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ________ 

EFFECTIVE  OPENING  DATE:  _______ 

*Z>s*sVC~  -  -Tries 

PROJECT  MANAGER:     _r ^ /?ASSOa/ /f<?<*su<  TELEPHONE:       gj?  Z.  ~/0?j3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     __"       ADDRESS:  ZP(f/^7'.  O 

GENERAL:      qUO/P/I"     <C  0  sY  Jr /^r  ^  a/?  G^/PA? £>A*S<? ^  /Psf^Sst/stVer 

s4/V£>  C^/fC  <rs1S7~     CO  y^T7^C  i'^<f    j&/PCf    s&S     s<?G  £  <LC  QC<S 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Gj&tiLbUZ. 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  J,/ <£j  £&j  lHA 


PROJECT  NO.:  PS  2^2-/^)  3R 
PRO  J.  NAME:       AfiP/A/G  -  A/ap/fr 

LENGTH:  S^Q.  MlAZA  

COUNTY:  PA>s/./.J/>3  

CONTRACT  TIME:         //Y)  fr/./).  


CONTRACT  AMOUNT:     $  g  i3~L3£&  77 
CONTRACTOR:     ////dg   rtiAlde.  CO.  M'C 
FROM  (town):       fifi£AT  fTULS 

AWARD  DATE:  //-^fff  -$/  

DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  /QQ 
%  TIME  USED:  "73 
NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  I 

NO.  HOURS  PER  SHIFT:  \//}£(tii/S 


ACTUAL  COMPLETION  DATE:   Jdl</  ^  J$£3 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  ,/////  JZJ  ^23 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J)„DiJP6fiAi>  g  TELEPHONE:  746>~J</3/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     *J_       ADDRESS:      a/AsAujO^  /MX  Sf24 '# 


GENERAL 


jJ&tiL  7&£g£  M/hE&L  ate.  Jtetf-  224c 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Gt-ZKjQiVf 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:     7-  2-6-^3  

PROJECT  NO.:    /?S~ISZ-  l(l)o 
PRO  J.  NAME:      CjRClE  -QfLOtrO 

LENGTH:         IO.<}  ryj'ue  

COUNTY:  /y]c   

CONTRACT  TIME:       75"  UU.Q. 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:      ff 4  

%  TIME  USED:  <p/  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:  ;  

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  fe^f  ^  TELEPHONE:     3c^'  jgj[  2P77 

NO.  OF  ENG.  PERSONNEL  EMPLOYES^  ~7        ADDRESS:  & /<r As Q) i/ £■ 


CONTRACT  AMOUNT:     $  /VT^/W.^ 
CONTRACTOR:    /Vc ITa; r<, r? c  4*/,,  £>, 

FROM  (town):  GfeirrALij  

AWARD  DATE:        3-3/-  (f£3 

DATE  WORK  STARTED:  9-/<7-?3  

PROBABLE  COMPLETION  DATE:      //-  Z$'?3 
NO.  DAYS  WORKED  PER  WEEK:      UEL-Z-  5~~ 
NO.  SHIFTS  PER  DAY:  LZ^Ss. 
NO.  HOURS  PER  SHIFT:      l/J/Cj ' &- 


GENERAL:       /$%Z  c2ka*2-JL£#£-j    &&3j£uCaJuU£JL£.  /»  C  ft 

<3J££ — C<rmp/'-  is. — &*c/  /?/4c/s?j  o       D/s,~*  ¥  ^/V  /3j7~.  S„s*j  t 

an 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Q/enJise, 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       'TJuL&jL Z3i 


PROJECT  NO.:     S£  "Z.         /  <M /3 
PRO  J.  NAME:  CU^J^ 

LENGTH:  £  .  9  

COUNTY:  D/UoSDAJ  

CONTRACT  TIME:      (fOu)oi^^e^  Jjc^ 
ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  _0 
%  TIME  USED: 


CONTRACT  AMOUNT:     $    5  Hi .  Z  P 
CONTRACTOR:  &fj<s  A^*  Ulq 

FROM  (town):       G*x$J>±  &UX 
AWARD  DATE:  3/3//  £3 


DATE  WORK  STARTED: 


21  °/t 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DAT 
NO.  DAYS  WORKED  PER  WEEK 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


E: 


/ 


ACTUAL  COMPLETION  DATE: 


-2- 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:  A^/>4 


PROJECT  MANAGER: 


Jul 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


TELEPHONE: 
ADDRESS: 


GENERAL : 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  <SleAjJ,i^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ^4,  /9<f3- 

PROJECTNO.:    /?S  35Z-2./3J/2,  CONTRACT  AMOUNT:     $  ^/G^ZCS.  tfO 

PROJ.  NAME:   &A#IAa)Q    aJo^TH  ejSotjM  CONTRACTOR:  SvA  *)£Sqa)S  ftoAJLS  rtU/<r.T/0/<J  2^C 

LENGTH:       /0.  O  U/c£S   FROM  (town):     A/O^dOAJ/)/^  /io^TTtVA 

COUNTY:      /Z(JJ7&lC   AWARD  DATE:     ^  J/  /ft£3  

CONTRACT  TIME:       SO.  UJ.  O.   DATE  WORK  STARTED:     Jove.  Z3,  S<?£3 

ORDER  TO  PROCEED  DATE:  PROBABLE  COMPLETION  DATE:  9-30 

%  COMPLETE:  j 6,   NO.  DAYS  WORKED  PER  WEEK: 

%  TIME  USED:        Z.  9   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:         S  NO.  HOURS  PER  SHIFT:  &  


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:    /jj^A^c  J.  J^/^a^^JTELEPHONE :      ZciZ-  /0<?3  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     3_       ADDRESS:     <QePr  OF  i<S 

GENERAL:     jfA^  c/ssjajj  //<r  /Vsosr  /Je&oa   d^*jr*S7GV  o 

G^?f/?/ir7a/0  /4  Acq  /  A?ug rjj 7~~  \f  /f<? '3—  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  <#*W/t/g 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      J///y  2^  /9£3 


PROJECT  NO 
PRO J.  NAME 
LENGTH:  _ 
COUNTY: 


=  £S  m.  438-/(3)2/ 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town) : 
AWARD  DATE: 


CONTRACT  TIME: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  J).  JJ/y^^Ac^  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      /[//^AcZ/P^  /HT-  S9jZ4f 


GENERAL :       /Jfi    a/j£/S/)AJ  £&L&fi£-J2tt£Lg£  7&£. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Glendive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-26-81 


PROJECT  NO 
PRO J.  NAME 
LENGTH: 
COUNTY: 


Inlaid^'meriiopias^ic 
Pavement.  Markings  


Roos  evel  t-Ri  chl  and- Daws  on- 
Cueter-Powder  River  


CONTRACT  TIME : 


IS  W.D. 


ORDER  TO  PROCEED  DATE:  08-17-82 

%  COMPLETE:  _oj  

%  TIME  USED:  _90  

NO.  MEN  EMPLOYED:      3  to  6  

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:  $  64fT78t«iQ 
CONTRACTOR:  Mark  Rite  Lines 
FROM  (town): 
AWARD  DATE:  07-27-82 


Billings.  Mt. 


DATE  WORK  STARTED:  09-21-82 


8-85 


PROBABLE  COMPLETION  DATE: 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:  _l  

NO.  HOURS  PER  SHIFT: 


Variable 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      Larry  K.  Greufe  TELEPHONE:  653-1050 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    1  ADDRESS: 


Dept.  of  Highways 


Wolf  Po&nt,  Montana  59201 


GENERAL :  The  contractor  worked  3  days  this  past  period.  They  finished  placing 
the  thermpplastic  and  did  50%  of  the  paint  removal  in  Poplar.  

 The  project  is  complete  except  for  the  following.    Corrective  action  may 

be  required  on  the  words  and  symbols  in  Custer  County  and  the  paint  removal 
isn't  complate  in  Poplar,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  &l£A/J)/V£' 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       V~ £>3 


PROJECT  NO . :  <5rC&7  ) 

PRO  J.  NAME:  4gj££gg  l/A/£>££  P/JSS 

LENGTH:  ^~  /W,/<!S  

COUNTY:  /3*UJSOn  

CONTRACT  TIME:  W.  O- 


ORDER  TO  PROCEED  DATE:   /0-/0-  £Z> 

%  COMPLETE:  ^9  

%  TIME  USED:  J[£  

NO.  MEN  EMPLOYED: 


4    *>  // 


CONTRACT  AMOUNT:     $  /f^S7f  Z7^  ^ 
CONTRACTOR:  <^Ta f>  <Z*e*ts</Y. 
FROM  (town):        &j/S/*jSf  /T?7^ 
AWARD  DATE:  ^  - 

DATE  WORK  STARTED:  /-  03 

PROBABLE  COMPLETION  DATE:  /Z-3Q'  83 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  ////? 

PROJECT  MANAGER:  /(en,  /^ua TELEPHONE:  Z?77 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:    Z,  ADDRESS: 


GENERAL: 


1  Sty 


±  is  %  /Z, 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Glendive 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7-26-83 


PROJECT  NO. 
PRO J.  NAME : 
LENGTH: 
COUNTY:  Phillips 


BR  9036(9) 


Beaver  Creek  Bridf e 
0.026  Miles 


CONTRACT  TIME: 


80  W.D. 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  1QQ 
%  TIME  USED:  66 


07-20-82 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE:  7-23-83 


CONTRACT  AMOUNT:     $  157,828.50 


CONTRACTOR:  Molntyre  Construction  Co, 

FROM  (town):     Qreat  Palls,  Mt.  

AWARD  DATE:  06-30-82  


DATE  WORK  STARTED: 


08-31-82 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


08-83  (county's  work) 

5  


8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  11-15-83 

PROJECT  MANAGER:     Larry  K.  Grmufe  TELEPHONE:  653-1050 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:       Dept.  of  Highways 


Wolf  Point,  Mt.  5Q201 


GENERAL :         The  contractor  worked  5  days  this  past  period.    They  applied 
the  protective  coating  and  finished  the  painting,  concrete  finishing  and 
area  cleanup.    This  completes  their  portion  of  the  project.  

 PEggagl     Phillips  County  still  needs  to  complete  the  approach 

railing  and  place  additional  fill  around  the  wingwalls.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


PRELIMINARY  SURVEY  PROGRESS  REPORT  ^  -jgg^ 

FOR  THE  PERIOD  ENDING:      ITLLt    ZC   I  9  ?  3 

-J      ^        CONSTRUCTION  BUREAU 

PROJECT  NO.:      F  Z  0~  (Cl\    O  DATE  SURVEY  AUTHORIZED:     fl^  2J,  |  1&1 

PROJ.  NAME:     S,Jn,     .  fj.  £  6.',^  DATE  WORK  STARTED:  ^e=f>T.Z}  N&l 

LENGTH :    ESTIMATED  COMPLETION  DATE:      Dgc  fte2> 

DATE  SUBMITTED  TO  DISTRICT:       JuJu^  6,1<<82> 

PROJECT  MANAGER:     B^^c/  /C&-U  ^         TELEPHONE:        jjj  2F77  

NO.  PERSONNEL  ASSIGNED:       _^/_   %  COMPLETE:  ^6%  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


DISTRICT:  Of/f/n#S 


DISTRICT  DESIGN  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:    <^/^//y  /  ?6  $ 


PROJECT  NUMBER  &  NAME 

DESCRIPTION 

NEXT 
MILE- 
STONE 

M-HRS 

USED 

THIS 

REPORT 

PERIOD 

% 

COMP 

EST 

COMP 

DATE 

£■  =4~J.(2J2:<*  

S"1  SI        ^  IJ^-/  V  /*   ST  /^»  VI 
f  ^       C—             J  r  f   C^f        '    t  CJ  '  * 

400 

A/f '*}  /-j^  —  /c^  /• 

/vt  CJ/  /         f  *****       i    vt  C*-  r-<?f. 

w  f  \  %f  *    rr  % 

o 

/ 

fjrta  ( 

f-J sf  gr"/  s\  \/     ^      tXLsis?  tJ 

ft' 6t/       ^          — ffiE    £■  i 

/?///. 
Pub/iC 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221D 


DISTRICT: 


Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:         July  26.  1983 


PROJECT  NO.:  IR  90-8  (9*0  ^37  U-1 
PRO J.  NAME:  Mpssaain-Lockwood 

LENGTH :  3.6  miles  

COUNTY:  Yellowstone  

CONTRACT  TIME:      100  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  q8% 
%  TIME  USED:  qy% 
NO.  MEN  EMPLOYED: 


5-2^-82 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  1,256,338.7$ 
CONTRACTOR:     Meyers  Construction  Co, 
FROM  (town):      Billings,  Montana 
AWARD  DATE:       April  29.  1982  


DATE  WORK  STARTED:      July  19,  1982 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


9-15-83 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       K.  Hartman   TELEPHONE: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      ?  ADDRESS: 


252-^138 


k2k  Morey 


Bjllings.  Montana 


GENERAL : 


 j-hgi  contractor  has  worked  two  shifts  and  employed  three  men 

npplying  the  epoxy  paint  striping  on  the  project.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT: 


Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  26.  1983 


PROJECT  NO.:  IR  90-8  (<*)  437  U-P 
PRO J.  NAME:     MOSSm«in-?7tt  St. 

LENGTH :   IP^Jilfifi  

COUNTY:  Yellowstone  

CONTRACT  TIME:     100  working  days 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  kj,% 
I  TIME  USED:  57% 
NO.  MEN  EMPLOYED: 


10-20-82 


$  2.368.810.63 


CONTRACT  AMOUNT: 
CONTRACTOR:     Empire  Sand  and  "rarel  Co..  Inc, 
FROM  (town):       Billings.  Montana 
AWARD  DATE:        September  2k,  1982 
DATE  WORK  STARTED:       Norember  29.1982 


NO.  DAYS  WORKED  PER 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

  TELEPHONE : 

6  ADDRESS : 


DATE: 

9-30-83 

WEEK: 

0 

0 

0 

PROJECT  MANAGER: 


K.  Hartian 


252-*+ 138 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Billings,  Montana 


GENERAL :   The  contractor  has  done  no  work  on  the  project.    A  six  man 

 engineering  crew  has  charged  ten  man-days  to  the  project  staking 

 miscellaneous  items  and  working  on  notes.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  BILLINGS 


CONSTRUCTION  PROGRESS  REPORT 

.TTIT.Y  ?9,  19B5  

CONTRACT  AMOUNT:     $  4fi6tQQQ.frl  

CONTRACTOR:   nROW  TRTRK  OP  MONTANA 

FROM  (town):  CROW  AGENCY.  MT. 

AWARD  DATE:  JULY  5.  1983  

DATE  WORK  STARTED:   JULY  26 .  1983 

PROBABLE  COMPLETION  DATE:   

NO.  DAYS  WORKED  PER  WEEK:  _5  

NO.  SHIFTS  PER  DAY:   1  

NO.  HOURS  PER  SHIFT:  -fc  & 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:  K/k 

PROJECT  MANAGER:  ytfiHA ay   TELEPHONE:  665-3666  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     _g_       ADDRESS:   DEPT  OP  HIGHWAYS 

HARDIN,  MP. 


GENERAL:   

 Tht»  prnjant  was  awardftd  to  the  Crow  Tribe  of  Montana  on  7-5-83. 

 The  Pre-Cona traction  conference  wan  held  nn  7-15-83.  The  Tribe 

 hpgnn  mnving  pqiHpmpnt.  wnH  material   nnto  thp  prnjent  on  7-25-83 

 and  begin  fencing  on  7-26-83.  


FOR  THE  PERIOD  ENDING: 
I-ID-90-9  (36)  531  U-l 

I-ID-90-9  (38)  5*9  U-l 

PROJECT  NO . : F-7^-1  (2)  0  U-l  

PRO J    NAME:  PENCING-LODGE  GRASS  TO 

WYOMING  LINE 
LENGTH:   24.1  Milea 

COUNTY :   BIG  HORN  

CONTRACT  TIME:  SEE  CONTRACT  

ORDER  TO  PROCEED  DATE:      JULY  5f  1983 

%  COMPLETE:  q  

%  TIME  USED:  q  


NO.  MEN  EMPLOYED:  10 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  Tyn.TjMtM 


CONSTRUCTION  PROGRESS  REPORT 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


FOR  THE  PERIOD  ENDING: 

I-ID  90-9  (62)5^5 

F-74-1  (2)  0  U-2  

WYOLA  SOUTH 

WYULA  CONN.  ROAD  

5.R  MTTiKS   

BIO  HORN 


CONTRACT  TIME: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


 JULY  2Q ,  1Q81 

CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):   

AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

HOURS  PER  SHIFT: 


NO. 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      SCHAAK   TELEPHONE:  665-3666 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:      5  ADDRESS: 


DEPT.  OP  HIGHWAYS 


HARDIN,  MT. 


GENERAL:   

 Construction  staking  and  layout  is  underway. — Work  in  progress 

 canalaU       slope  staking  from  station  900*00  to  9^0+00  and 

 laying  out  the  Wyola  Interchange  Ramps.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  rtt.T.twis 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       jm.Y  ?Q,  108? 


PROJECT  NO. 
PRO J.  NAME: 

LENGTH:   

COUNTY: 


T-TT)  90-9  (58)5*9  U-2 

WYOMING  T.TNB  NORTH  

5,2  MILES  

BIG  HORN 


CONTRACT  TIME: 


220  WD 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED:   

NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town): 
AWARD  DATE: 


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       SCHAAK   TELEPHONE:  665-3666 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    \Q_  ADDRESS: 


DEPT.  OP  HIGHWAYS 


HARDIN f  MT. 


GENERAL:  

 The  project  is  scheduled  to  be  let  to  contract  on  July  28,  1983* 


Construction  staking  and  layout  work  Is  underway.    Work  in  

progress  consists  of  Slope  staking  froa  stations  9*0/00  to  1030-/00 
and  staking  drain  culverts  between  station  1100/00  to  1214/19. 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      July  26,  1983 


PROJECT  NO.:  IR  90-9  (61)  ^86  U-1 
PRO J.  NAME:      Hardin  West  

LENGTH: 

COUNTY :   Big  Horn  

CONTRACT  TIME:    50  working  days 


6.2  miles 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  6*».  750.00 


CONTRACTOR:    Asphalt  Sealers  of  Montana 

FROM  (town) :  Roundup  

AWARD  DATE:   

DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      K.  Hartaan  TELEPHONE: 

ADDRESS: 


252-** 138 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


k2k  Morey 


Billings,  Montana 


GENERAL :   No  work  has  been  done  on  the  project.    The  preconstruction 

 conference  is  to  be  held  at  the  Department  of  Highways  office 

 on  July  29.  1983.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  tt//,**^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:      ZSgjy  2?,  /f<f3 

PROJECT  NO.:    1RTF  4~Z        5o  CONTRACT  AMOUNT:     $   A  %ZZ,  SM>i>& 

PRO  J.  NAME:     LAuUGL-    SouTM  CONTRACTOR:     ^^5^6  ^  6g/apg£.  £c>.Tt*C, 

LENGTH:         /<?,  ?  M/leS   FROM  (town):    J^i//r^fS.  /MO/Of- 

COUNTY:      SlAJZ&OH  4  T<;A>e  AWARD  DATE:      /fljy  2  //   /g 2. 

CONTRACT  TIME:  Iss/O/S/O QMS  DATE  WORK  STARTED:     /)t,f&S-r    2/  /^<f^. 

ORDER  TO  PROCEED  DATE:  ~J~OKpe  /4.  /«?£2  PROBABLE  COMPLETION  DATE:       Sep/.  /  /9?3 

%  COMPLETE:    NO.  DAYS  WORKED  PBR-WfiElF:  4- 

%  TIME  USED:        9S   NO.  SHIFTS  PER  DAY:   '£  

NO.  MEN  EMPLOYED:   4^   NO.  HOURS  PER  SHIFT:   ^  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  I  TELEPHONE:   

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    _j_  ADDRESS:        £)*>pt.  s>F 

GENERAL:      \j£G></     Po&g   Pgo<5  geSS  7oCQf^  Tt4C  C7  g  fcK>  -  i<  P 

 si  &  A  Fcuk  Ma  to  C^gg)  u>oE^eT>  Z 

ft*  MAte  C^ei-b  to^ReCg^    'Z./Joa/es  <>&7r?*><$  tIajO 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  tBlLL/<UG>S 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  7~2£>-83  

PROJECT  NO.:      £         Ci}  I   CONTRACT  AMOUNT:     $   /  344,  7?3 ;  8b 

PRO  J.  NAME:     &PoSmo<Q    DR\\l<Z  CONTRACTOR:  £sr?P</2f  SAajO  g  AQAUBL  CO^lAXl. 

LENGTH :         0  .\/7)/lES   FROM  (town):  Bl^UAJ^^  

COUNTY:         VgtAOaJ S~QsV£   AWARD  DATE:  8-24-65  

CONTRACT  TIME:         ?Q  W-Q-   DATE  WORK  STARTED:      t2-l5~  82  

ORDER  TO  PROCEED  DATE:       °-/4-8Z  PROBABLE  COMPLETION  DATE:      Q~  I 'S3 

%  COMPLETE:    NO.  DAYS  WORKED  PER  WEEK:  3 


%  TIME  USED:  79%   NO.  SHIFTS  PER  DAY:   / 

NO.  MEN  EMPLOYED:    NO.  HOURS  PER  SHIFT:   Q_ 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  — 
EFFECTIVE  OPENING  DATE:  — 

PROJECT  MANAGER:    Q.  TELEPHONE:  Z45~9SoZ 


NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:      DEPT  OF  tflV*/"^ 


GENERAL:     Qjpgk    Cov^t&TEO   OF  f>U£/=/)CW&  /'/,/'  £££  /r?4TsL.. 


A/?/?O//0g.  rr£/n<>  /0o%>}  j7)j<=£.  tre/n$  48%^  secueP  iTem&  98%>} 

P  SlbEUJALK '  48%}     Su/lFACiAJC  7TF/7J.S  64-% }  ElZCTRlCAL 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  /%//A/lfS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 

PROJECT  NO.:     p        "  j  (/S)  3 
PRO  J.  NAME:  CVjcKS  U  -  fie/)Cfl 

LENGTH:  /.^  f??//<ZS  

COUNTY :        s7^  //frt^XSrfa  D  SL 
CONTRACT  TIm£:  /SZ>    LO> j  & , 

ORDER  TO  PROCEED  DATE:     ^//<£ /^f^ 

%  COMPLETE:   /  00*7$  

%  TIME  USED:   ^  %  

NO.  MEN  EMPLOYED:    

ACTUAL  COMPLETION  DATE:  C>/<?/%_3 
DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER :  So^icj /&?//<?^)dh^  TELEPHONE :  \g£2~$&lM 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     ^      ADDRESS:       &L^>2M1  / 


GENERAL :  7^7/.S      ~frfl/J  OM£     /T^CW^g/  / /7  S////^i 


CONTRACT  AMOUNT:     $  J?..5Q<t  ,3  <//.  3o 
CONTRACTOR:    Bsr7/J, rf  .  ^  ^frauc/  <Zfi  Zr* 

FROM  (town):  £ ////s?/?^>  

AWARD  DATE:  Z.  

DATE  WORK  STARTED:         j/jfe//?  2- 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  S^/l^fS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:   *g^gffiC  27,  /?S3 

PROJECT  NO.:     FR  2$-2  (4)lO  Cj\  CONTRACT  AMOUNT:     $    /,  7gZf 

PRO  J.  NAME:  Z^>g^g  - ^CONTRACTOR:     /^/^/P  A/£^^//r  So^S  CO. 

LENGTH:       /  2.f    fl^lCS   FROM  (town):     jS^d^/^/O^ ,  JV>£>. 

COUNTY:         ^AEB£>M   AWARD  DATE:  /9?Z 

CONTRACT  TIME:     I  Z<sW>£fcf| tt6>  D DATE  WORK  STARTED:       Se&/    Z Z,  /?#Z 

ORDER  TO  PROCEED  DATE:    Seskd%lSi2  PROBABLE  COMPLETION  DATE:     0&  /.  Z<?.  3 

%  COMPLETE:   4-Z.   NO.  DAYS  WORKED  PER  WEEK:  3 

%  TIME  USED:   4g   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:         JO   NO.  HOURS  PER  SHIFT:  g 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:  /_C/SAtJ  TELEPHONE:        2         3S Z  7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    J.  ADDRESS:       D&£>r  WJfiS 


GENERAL:  7^^"  (Tc-tuTie-PC  7Z>SZ  iaJoa:sc 3  />4KS  /**  rxS<& sfoje£&Y*  P/T 
/$T  ^^xT  £c/2<F&A/#o      £\sj/?/eo\A/  <g&j  ^g>S /*;L    75  jc;«/,sM 

ldas  a  frfizTic  type  /n/}T&/»//oc  ^*°At  -r//£"SP^^^  P/r  ^  /r 
Deut*i  Type  fleT Pcwn  ~T#*s  &/>&e.*r/#*» 

DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRI 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     cJct/j  g- ^  3 

PROJECT  NO.:    p  zl£ll  OO'/  CONTRACT  AMOUNT:     $     /  ggg  5~ &  £ 

PRO  J.  NAME:  r/ouU '/4v7  -  Afo f Hi  CONTRACTOR:    /Wc  Hn+^re.  donS  /.  Cp 

LENGTH:  /  Q  .  Z.    /71*/eS  FROM  (town):     fista  f  fa  //sy    AT)  f: 

COUNTY:         Idj/Lgojhhl&L  AWARD  DATE:  t/-///?^ 

CONTRACT  TIME:  /J}Q  (AJ -  O  ;  DATE  WORK  STARTED:  ^/^/c/Z- 

ORDER  TO  PROCEED  DATE:       ^/pSi/f^  PROBABLE  COMPLETION  DATE:   

%  COMPLETE:  / QQ   NO.  DAYS  WORKED  PER  WEEK:    

%  TIME  USED:  tfj   NO.  SHIFTS  PER  DAY:    

NO.  MEN  EMPLOYED:  —   NO.  HOURS  PER  SHIFT:   — 

ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:  C//3/# 3 

EFFECTIVE  OPENING  DATE:  (,//3/8$ 

PROJECT  MANAGER:      Qq  //aj/>e^/fyjJgdELEmom :       ^?J?J  '9//3j>  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JL       ADDRESS:         S////SJ&S    /tt  /~- 


GENERAL: 


JA  Oppm  XT  /ST7S7 

A^vast  Jf  /9f3.   -77? /s  us,//  /h*  -Mr  t4U// 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  8-Z"83 


PROJECT  NO.:     M  j  fit u  Z. 


PRO  J.  NAME :  gg^g  ^  -  fa  L 

LENGTH :       <D,<^3  Mi<_f=&  

COUNTY :  &OMUl&25Si*U3. 


CONTRACT  TIME:     3D  Uo^/Oa/^  PAH'S 

ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  SS%  

%  TIME  USED:  6>G>Vo  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  7^  ?.<k^.nO 
CONTRACTOR:     Rgj^y  <Q  IMC 


FROM  (town) 
AWARD  DATE 


DATE  WORK  STARTED:       3  ~Zg>-  g>3 
PROBABLE  COMPLETION  DATE:  3-53 

NO.  DAYS  WORKED  PER  WEEK:  S  

NO.  SHIFTS  PER  DAY:  / 
NO.  HOURS  PER  SHIFT: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     p.C.  ^tt^C<,qjJ  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:     /4  ADDRESS: 


GENERAL :     iJejpj?  / A/  f*QAJ ^i*>-Tt£D   Af^    GieADIAl^}  D&BJMA^€, 

£:L.flC.T£.lCA)L-7Q7o')  ^A£AV//<£  -  37%;  ST&P/A/4»  3%,  


I 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  26,  1983 


PROJECT  NO . :       M  10l8  (6)  

PRO  J.  NAME:         Are  N.  &  31st  St. 

LENGTH :  at  Intersection  

COUNTY:  Yellowstone  

CONTRACT  TIME:     Calendar  Date 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  q  

%  TIME  USED:  gffi  

NO.  MEN  EMPLOYED:   

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     K.  Hartaan  

NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


CONTRACT  AMOUNT:     $    *+2, 992.00 
CONTRACTOR:     Midland  Electric  Co. 

FROM  (town):  Billings  

AWARD  DATE:        May  9.  1983  

DATE  WORK  STARTED:   

PROBABLE  COMPLETION  DATE:  9-28-83 

NO.  DAYS  WORKED  PER  WEEK:   

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


CONSTRUCTION  SUPERVISOR: 


TELEPHONE :  252-*+ 1 38  

ADDRESS :   kZk  Morey  

 Billings,  Montana 


As  of  this  date,  no  preconstruction  conference  has  been  set 
Hnri  Pr>  work  has  begun  on  the  project.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  ^UJaM^OL 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       &-  I  'S 3 


PROJECT  NO.  /f7/06(s)**97/03  (3)  CONTRACT  AMOUNT:     $  7o7  ZI3.  /S 

PRO  J.  NAME  ^r/^U+^K  -U+uxL»~  CONTRACTOR:  U/j'/Ak*.  {0gutJt 
LENGTH :     „.9  j*;/^'* '  a.  +  M,/^  FROM  (town):  ^g^^/,^ 


COUNTY:    AWARD  DATE:         &  9  -24  -gz  

CONTRACT  TIME:       7& u/ p   DATE  WORK  STARTED:  -<gg 

ORDER  TO  PROCEED  DATE:    /d~/8-#T.  PROBABLE  COMPLETION  DATE:  S3 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  ^ 

%  TIME  USED:   90   NO.  SHIFTS  PER  DAY:   ^  

NO.  MEN  EMPLOYED:  6   NO.  HOURS  PER  SHIFT:  g  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    J)Je.       Tie  fare.      TELEPHONE:  I  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:  So-*  4-9  i  

34-S7 

GENERAL:   f)  ^  f  1 ,  r 4  s  m  J>«s,*„  /As  d?o^y,A       fxeete  / 


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  tf,//,^S 


CONSTRUCTION  PROGRESS  REPORT 

FOR  THE  .PERIOD  ENDING:      CJ«  A/  27, 

SVSC  26 -z  (  ft)  9/ 
PROJECT  NO.:  /77SC  fe)  CONTRACT  AMOUNT:     $    3  24>j 

PRO  J.  NAME:  S?^ft^V^^/7%  ^^/^CONTRACTOR :      SALVSSoaj  Co«S>T   gp  . 

LENGTH:  /a J    /  £.2  s7?s££j>     FROM  (town):       ///)gt>iAJ ,  /flouJ- 

COUNTY:    £jjh>sr*~£.  &rL*  IL*j     AWARD  DATE:  g   

CONTRACT  TIME:  Qc>m p/^JfJ  Jy  S'rfi/.  /./?g3 DATE  WORK  STARTED:      CJu»*  9,  /9S3 

ORDER  TO  PROCEED  DATE:     3uA>ej,  /f?3      PROBABLE  COMPLETION  DATE:       Se0+.  I  f  tftf3 

%  COMPLETE:   NO.  DAYS  WORKED  PER  WEEK:  £ 

%  TIME  USED:   I  Z%>   NO.  SHIFTS  PER  DAY:   /  

NO.  MEN  EMPLOYED:  3   NO.  HOURS  PER  SHIFT:   3 

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:      & TELEPHONE:        Z4g~  38^7  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  ADDRESS:        Defif-  of  At/6#W4(* 

 3,  ///t^<     /%>  x//. 

GENERAL:      g£u6r   B&aT/S£re  s    Co/ss.  taosO    Co .  Of  £-X1/j/?>;t£  /S 

SocfT+/  of  t  m Mas  T^csces  - 

i*L£i  C/J/Ps    To    Ty  e   TToB  /4r  #Q£>aJ  Ccxm-f-y 

coUc  Be  £Tc>ejeP/L££)  a>  r  7//£               P/ T.  £/Hl>£Sov 
V/4u£   o<o    <.  rA&r-/AJ£  \A/oye<r  /AJ           tf#£-A/  6ofAsre  £§jf/4 
/f  &3,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  & 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING: 


PROJECT  NO.  :  AfSO  <g/~ /  (&)  3 Q 
PRO  J.  NAME :  /fe^^  £umm&  $m*Ui3*±£L 
LENGTH :  7.4*/.'/^ 

COUNTY :   

CONTRACT  TIME  0^ar  9-1  ~/9  93 

ORDER  TO  PROCEED  DATE:  *S'9 

%  COMPLETE:   

%  TIME  USED: 


CONTRACT  AMOUNT:     $  C3  S.  <S<9 

CONTRACTOR :  S%jgj^u  AjSkyA. 

FROM  (town):  ^,^g   

AWARD  DATE:  g  y^jP 


DATE  WORK  STARTED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 

PROJECT  MANAGER:   7o»V<?  J-  Tk>     '■  *  *  TELEPHONE 

ADDRESS 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


-53  A7J?/ 


GENERAL: 


1^ 


a. 


   y  ~  — 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  SJlllSfJL 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  /  -  «g 


PROJECT  NO. 


3QI3  (7) 


CONTRACT  AMOUNT:     $  Bo  g  f  7S  T.OO 
PROJ.  NAME:  6r,Jfe,  *»*r  S4~**J*LJ/ CONTRACTOR:     /?AVA/A/  na^  TAJf 


LENGTH 
COUNTY 


'38 


CONTRACT  TIME:  9(D  ^/  D 


FROM  (town) 
AWARD  DATE: 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE:  Ql-Jj-S^ 

%  COMPLETE:   -  O  -  

%  TIME  USED: 


-  o  — 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 
NO.  SHIFTS  PER  DAY: 
NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE:   

TELEPHONE : 
ADDRESS: 


PROJECT  MANAGER:  ■gfa./if  £.  7De  ZZs£ 
NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


•S-3S  ~J?73/ 


GENERAL: 


/A. 


A 


— Zv«y: 
re  r  Jt  «  -a 


&  re  9a 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  BsU-JA<£S> 

CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  <S-Z-&^>  

PROJECT  NO.:     £>5  3Q2-/f3^4-  CONTRACT  AMOUNT:     $  9S?>}  5>4-9.  ftO 

PROJ.  NAME:    ft/f/MCK  &>-  MOLT  CONTRACTOR:  4  G&SHELCAJMC , 

LENGTH:      7,4  Af/L.G<,   FROM  (town):     QiUJAE&Sj  M nilTAAl A 

COUNTY :      tffELJLObJttAlez   AWARD  DATE:  Z-^f*,-^  

CONTRACT  TIME:    &n  CJoekLtA/G  /?/)?<>  DATE  WORK  STARTED:  ?,-28-8^ 

ORDER  TO  PROCEED  DATE:     -4-/S-6^>  PROBABLE  COMPLETION  DATE:  &-3l-f& 

%  COMPLETE:  33%   NO.  DAYS  WORKED  PER  WEEK:       Z  To  3 

%  TIME  USED:  66%   NO.  SHIFTS  PER  DAY:  /  

NO.  MEN  EMPLOYED:  9  NO.  HOURS  PER  SHIFT:  «R 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     n.C.  k jU&LSQU.  TELEPHONE:  Z^-g/Q/  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JJ_       ADDRESS:      D^PT  <Q  fr  J-Jjc/lljJAV^ 

&tuLiU&sf  MotsTAUA. 
GENERAL :     77/^-  G/P.An/A/^  n£>AJA/A&&}  Auh  Su££AClt£&  ff=*ref>T  F^e 

Compete- :  Hif^r  -  Cga/dmc.- a&<fa  *  op^a^-0^^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221F 


DISTRICT:  6/H/aJCS 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  -#S 


PROJECT  NO.:       C T S/? '  -  /(AS-? 
PRO  J.  NAME:    fj^fij/  -  A^//f0/ 
LENGTH :  /?_  ^/PSs^sTS 

COUNTY :   /  £ 

CONTRACT  TIME:  /QQ 


CONTRACT  AMOUNT:     $  J? J? %TT 8ri 
CONTRACTOR:    3Z^207sJ     CoaJS7~  C0 
FROM  (town):      ^rf^/?T  /*>?//S '  /T77: 
AWARD  DATE:  &Z2Z~&2L  


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  O*?0 
%  TIME  USED: 


NO.  MEN  EMPLOYED:  — 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK:  ^ 
NO.  SHIFTS  PER  DAY:  — 
NO.  HOURS  PER  SHIFT:  — 


ACTUAL  COMPLETION  DATE:  — 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 

EFFECTIVE  OPENING  DATE:  _^  

PROJECT  MANAGER:      OT7?77s&J    TELEPHONE 

3        ADDRESS : 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


GENERAL: 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  QlUUM^ 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S~2-e>3 


PROJECT  NO.:     gS  4-ll-/^3)  J 
PRO  J.  NAME:    BiUJ/teS-  SauTti 

LENGTH :   £.1  MlL£*>  

COUNTY :  S!&JjQmgl&t£.  

CONTRACT  TIME:        \OQ  DofLLItf&DAVS 
ORDER  TO  PROCEED  DATE: 

%  COMPLETE:  33%,  

%  TIME  USED:  &7%  

NO.  MEN  EMPLOYED:  3^,  

ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:    DC,  UiTT^L  .vW  TELEPHONE:  g4-S-Z/Of  

NO.  OF  ENG.  PERSONNEL  EMPLOYED:     JO       ADDRESS:       D&PT  OF  MlGtiUAYS 

GENERAL:      T^F  /QaJD  CqU&L  LUAZ>   Car} PU?-r&r>  Due./M'C 

Tut.**  £.F.PoeTitfC.  p£?/&tan.  TsJt=  ^T/e/^jA/c  uja^  CoMPcemzn 

FXc^PT  Fog.  Stop  QnR<,»  Thi<z/<L<=?  A  /=^lj  n^u^A-me^ 


CONTRACT  AMOUNT:     $  g;4fl^/04,£O 
CONTRACTOR:     S^lV  O'  £  f^A^ 
FROM  (town):      BlCUtftZ^  MojJTAAlA 

AWARD  DATE:  g-4-gZ.  

DATE  WORK  STARTED:       3  -IO-&Z, 
PROBABLE  COMPLETION  DATE:  &-IB-QZ, 
NO.  DAYS  WORKED  PER  WEEK:  -S~ 

NO.  SHIFTS  PER  DAY:   I  

NO.  HOURS  PER  SHIFT:  &-/€> 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/ 22 IF 


DISTRICT:  jBltl'i^ 


CONSTRUCTION  PROGRESS  REPORT 


FOR  THE  PERIOD  ENDING:     8' I  S3 
MBP4S-I  C3)l.  , 
M3P  la-  -?CSo)  36<?  f 


MBP  9Q-7  6si)  B77 


PROJECT  NO 
PRO J.  NAME 
LENGTH:  _ 
COUNTY:  _ 
CONTRACT  TIME:  CoMplefioa  IQ'1'83 
ORDER  TO  PROCEED  DATE:  3'3t~&3 

%  COMPLETE:  IOO  

%  TIME  USED: 
NO.  MEN  EMPLOYE! 


CONTRACT  AMOUNT:     $  Z9}  9&4~-  O  O 
CONTRACTOR:  tia^es/kj  HUtH^Dr^  1 1 1 
FROM  (town):      jdnh'ipc I /7 M T 
AWARD  DATE:  '3  


DATE  WORK  STARTED: 


1 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   j_ 

NO.  HOURS  PER  SHIFT: 


3 


ACTUAL  COMPLETION  DATE: 

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 
EFFECTIVE  OPENING  DATE: 
PROJECT  MANAGER: 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:  _j_ 


D.  A?.  Ja  ^/or 


TELEPHONE:  &£&Jj£££ 


ADDRESS:  Dapf.rtPtf^cf*. 

Hard /a  i  MT  


GENERAL:      lAlark  tztorizizfcrj of  r^nrrtpf^h^  f&c*  r>*Jsik^ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT: 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  ~<83 


PROJECT  NO.:  /fgod80't8ll"0£-432<0 
PRO  J.  NAME:    K-frfatar-  t4*rJ,S7 

LENGTH:      fy.OO  ftll .  

COUNTY:       8ij  tjt2£j£ 


CONTRACT  AMOUNT:     $  l4£>.  7Q7-  2S~ 
CONTRACTOR:  BJ+UyJ T.CapfS C0M&ti&ffert 


3±L 


MT 


CONTRACT  TIME:      g&  id.D- 


FROM  (town) 
AWARD  DATE: 
DATE  WORK  STARTED:  &~2,l'g3 


ORDER  TO  PROCEED  DATE:  & 

%  COMPLETE:  / 3  

%  TIME  USED:  £g  


NO.  MEN  EMPLOYED: 


A. 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


<?-/fT-g.? 
/ 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR:   

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:     D- £~UU{I Or  TELEPHONE:  6,&£-3(o&£> 

NO.  OF  ENG.  PERSONNEL  EMPLOYED:    4^       ADDRESS:      Dcfh  af  ■ 


GENERAL: 


IMork 


(/Z>/7«/r<s<z//t>ri  /atsrtu/AsiJ i£k£fitigL  (A  eg/up/* fa-  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  26.  1983 


PROJECT  NO. 
PRO J.  NAME: 
LENGTH:  _ 
COUNTY: 


AR  5120  0002  1200 
Rapelje  Rd.  Br.  Repair 

0.00  miles  

Stillwater  


CONTRACT  TIME:       1*5  working  davs 


ORDER  TO  PROCEED  DATE: 
%  COMPLETE:  qo# 
%  TIME  USED: 
NO.  MEN  EMPLOYED: 


4-21-85 


ACTUAL  COMPLETION  DATE: 


CONTRACT  AMOUNT:     $  57,773.00 
CONTRACTOR:       Frontier  West  Inc. 
FROM  (town) :     Missoula,  Montana 
AWARD  DATE:       March  31.  1983 


DATE  WORK  STARTED:      June  9.  1983 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


July  29,  1983 

 5.  


8 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:       K.  Hartman  TELEPHONE: 
NO.  OF  ENG.  PERSONNEL  EMPLOYED:        2  ADDRESS: 


252-4138 


k2k  Morey 


Billings,  Montanz 


GENERAL :   The  contractor  has  coapleted  all  work  on  the  project  on 

 July  18 ,  1983.    All  that  remains  is  the  28  day  cylinder  break 

 for  the  deck  concrete.  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


i  DISTRICT:     Wj lings 


'  r.  tt '  i 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  22,  198r'': h^Ti^  BUREAU 


F  57-3  (09)  121 


PROJECT  NO. : 
PRO J.  NAME:  Winnett-West 

LENGTH :       9.1  Miles  

COUNTY:    Fergus /Petrol  eum 


CONTRACT  AMOUNT: 

CONTRACTOR:   

FROM  (town):  _ 
AWARD  DATE: 


$ 


CONTRACT  TIME:     160  working  days 


DATE  WORK  STARTED: 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   

%  TIME  USED: 


NO.  MEN  EMPLOYED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE: 


DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR: 
EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         PasSOW   TELEPHONE:   

8-9     ADDRESS:     Box  844 


NO.  OF  ENG.  PERSONNEL  EMPLOYED: 


Grassrange.  Mt.  59032 


GENERAL :  Center! ine  run  and  check  level  are  100%  complete.  Slope  staking 

and  R7W  line  are  10%  completed.    A  5  to  8  man  engineering  crew  have  

been  working  on  the  project.  


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221F 


DISTRICT:  Billings 


CONSTRUCTION  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:       July  22,  1983 


PROJECT  NO.:  F-57-3  (13)  103 

PRO  J.  NAME:  Grassranqe-West 

LENGTH:  9.7  miles  

COUNTY:  Fergus  


CONTRACT  TIME:      80  working  days 


ORDER  TO  PROCEED  DATE: 

%  COMPLETE:   0_ 

%  TIME "USED:  6 
NO.  MEN  EMPLOYED:  0 


6/21/83 


CONTRACT  AMOUNT:     $  1.373.185.80 
CONTRACTOR:  Glenn  Rehbein  Excavating, Inc. 

FROM  (town):  Lino  Lakes,  Mn  

AWARD  DATE:  May  31,  1983  


DATE  WORK  STARTED: 


PROBABLE  COMPLETION  DATE: 
NO.  DAYS  WORKED  PER  WEEK: 

NO.  SHIFTS  PER  DAY:   

NO.  HOURS  PER  SHIFT: 


ACTUAL  COMPLETION  DATE:   

DATE  CERTIFIED  COMPLETE  BY  DISTRICT  CONSTRUCTION  SUPERVISOR 

EFFECTIVE  OPENING  DATE:   

PROJECT  MANAGER:         PasspW  TELEPHONE: 

NO 


538-8731 


11/1/83 


OF  ENG.  PERSONNEL  EMPLOYED:    l-5_       ADDRESS:   Box  844    Grassrange,  Mt.  59032 


GENERAL:   No  work  has  been  started  on  this  project.    All  the  Sub- 

Constractors ,  except  Industrial  Builders,  who  will  be  doing  the  cold 

milling,  have  been  cleared.  Konitz  Contracting,  Inc.  have  indicated' 
that  they  will  begin  crushing  operations  about  July  27,  1983.  No  worH 

has  been  recieved  from  the  other  Sub-Contractors.  

80%  of  the  Contract  items  have  been  staked.    The  engineering  crew  is 
working  on  the  Winnett-West  project.  __ 


DISTRIBUTION:     WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/ sw/221F 


DISTRICT:  6tUJKC^ 


PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:  S-Z-83  

PROJECT  NO.:     F"/4,-///7)  IZ.  DATE  SURVEY  AUTHORIZED:  /I-I-&Z. 

PROJ.  NAME:     8i/  J  A//<£S-fl£>£T^  U5K1    DATE  WORK  STARTED:  J~ZO~&3 

LENGTH:      3.7  MlCj£S   ESTIMATED  COMPLETION  DATE:  7-/S-B3 

DATE  SUBMITTED  TO  DISTRICT:  7~/g)-g3 

PROJECT  MANAGER:     Q.C.  Kl7TEL^£AJ         TELEPHONE:  %4-S-Z/Ol  

NO.  PERSONNEL  ASSIGNED:  &  %  COMPLETE:  /OO'Zt,  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 

PINK  -  ORIGINATING  OFFICE  CRM/BHB/sw/221E 


DISTRICT:  Zf////sS#J 

PRELIMINARY  SURVEY  PROGRESS  REPORT 
FOR  THE  PERIOD  ENDING:        ^/^//  /f<?3 

PROJECT  NO.:      d/tjV/-/    Qjj  / <$  DATE  SURVEY  AUTHORIZED:   

PROJ.  NAME:  -  S~a^^//  DATE  WORK  STARTED:  3'  &3_ 

LENGTH:   /W  /JS  ESTIMATED  COMPLETION  DATE:  //-/S<^3 

DATE  SUBMITTED  TO  DISTRICT:   

PROJECT  MANAGER:       gJ^ZttettL  TELEPHONE:         ^J>~  -J^^^  

NO.  PERSONNEL  ASSIGNED:  ^7  %  COMPLETE:  /f  


DISTRIBUTION:    WHITE  -  CONSTRUCTION  BUREAU 
YELLOW  -  DISTRICT  OFFICE 
PINK  -  ORIGINATING  OFFICE 


CRM/BHB/sw/221E 


Direct  Participation 
Federal  Highway  Administration 
April  1,  1983 


r 


April  1,  1983 

MONTHLY  PROGRESS  REPORT 
DIRECT  FEDERAL  CONSTRUCTION 
MONTANA 


PROJECT 

LOCATION 

LENGTH 

TYPE 
WORK 

PERCENT 
TIME 
USED 

%  WORK  COMPLETED 

AND  ESTIMATED         CONTRACTOR  AND 
COMPLETION  DATE        CONTRACT  AMOUNT 

OM-AD  18(8) 

Minuteman  Missile  Roads 
Choteau  &  Teton  Counties 

40.15 

Crushed  Aggregates 
Surfacing 

127%  100% 
Completed  12/8/82 

Konitz  Contracting 
$612,178.00 

Inc . 

B.P.A.  1(1) 

Clark  Fork  River  Bridge 
Near  Gold  Creek 
Powell  County 

2  Bridge  Replacement 
and  Approaches 

115%  100% 
Completed  10/13/82 

E.F.  Matelich  Const 
$641,229.75 

.  Co. 

MT  ERFO  81(1) 

Kootenai  National  Forest 

Surface,  Bridges 
and  Approaches  Est 

18%  25% 
.  Completion  Date  6/15/83 

Darrell  M.  Binkerd 
$313,554.00 

Const . 

JS/sb/2l4FFl 


:>■  •  1j 


